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BILL NO. 5-85-03- 2 2 x 
SPECIAL ORDINANCE NO. S- -EKS 


AN ORDINANCE approving a Contract 
by and between the City of Fort Wayne, 
Indiana, through its Board of Public 
Works and Safety and Leininger Exca- 
vating, Inc., Рог offsite ditch work 
at Summit Park. 
NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF 
THE CITY OF FORT WAYNE, INDIANA: 
SECTION l. Approval is hereby given for the City of 
Fort Wayne, Indiana, by and through its Board of Public Works and 
Safety, to enter into a Contract with Leininger Excavating, Inc., 
for offsite ditch work at Summit Park, in the amount of Fourteen 
Thousand Eight Hundred and No/100 Dollars ($14,800.00), as re- 
ferenced on the attached documentation. 


SECTION 2. -That this Ordinance shall: be in: fult force 


and effect from and after its passage and any and all necessary 


а 


Councilmember 


approval by the Mayor. 





APPROVED AS ТО FORM 
AND LEGAL У 
2 







ў, 
D, 
E 


City Attorney 


Read «һе first time іп full and on motion Бу 2 E й: к, 4. = 
read the second time 


seconded by J , and duly adopted, 

by title and referred to the С ittee LPL m, арак (and the City 
Plan Commission for recommendation). and Public Hearing to be held after 

due legal notice, at the Council Chambers, City- iocus d Building, Fort Wayne, 














Indiana, on , the дау of 
Р, > а ісі ЕМЕ БӘ 
РАТЕ: <= ` FS | ¿Z 
: | 5 Е. KENNEDY CITY CLERK 
Read the third time in full and on motion by @-< де 
seconded Бу балета ‚ апа duly adopted, placed оп ТЕЕ; 
passage. PASSED (LOST) by the following vote: 
AYES NAYS ABSTAINED ABSENT TO-WIT: 
TOTAL VOTES 7 
BRADBURY nm 
BURNS Be 
EISBART с” 
GiaQUINTA — 
HENRY pe 
REDD = 
SCHMIDT 
Де | 
STIER 
TALARICO as 





DATE: С д < s 


SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council o£ the City ОБ Fort 


Wayne, Indiana, as (ANNEXATION)— —(APPROPRTATION) — (GENERAL) 
(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) NO. 2 Z 
= T е ^ i 
on the с 26 2 дау of 7 са FR 


ATTEST: ` 


е 






ж 


(= Й” а А. А сле ус е As 





PRESIDING/OF ICER 





SANDRA E. KENNEDY, CITY CLE 


Presented by me to the Mayor ОБ the City of/Fort Wayne, Indiana, 


on the сии дау оЕ LIE) Pre га а 
at the hour of жар o'clock ; ( ; ҚЫМ ЛЕ Sr Tt; 








Approved and signed by me this 416 day of РУКА ; 
19 За ‚ at the hour of //: 3% o'clock A Me сб VT. | 


МІМ МО5Е5, ЈЕ., MAYOR 







RES. МО. 74 - 150- 2 
Е ОА. МО. 06-01-02027 


JOHN DEHNER, INC. BERCOT , INC. 


PHASE I 


PROJECT: SUMMIT INDUSTRIAL PARK SANITARY SEWERS 
| CONTRACTOR | 7 T-G EXCAVATING , INC. 


CERTIFICATION OF NON- SEGREGATED FACILITIES 


beg DESCRIPTION UNITS 





z 
e 
г 
5 
N 
X 
3 


FLEMING EXC., INC 


XTENSIOI XTENSIO XTENSION| U.P EXTENSION, u.e EXTENSION UP 
ЖӨ ONERE BET PESE жаа 

8 з6о.00116.50 — | 7,260.00 | 12.60 5,544.00| 17.94 | 7,893.60| 17.00| 7,460.00 
35,700.00]17.00 -| 28,900.00] 18.00| 30,600.00] 19.50| 33,150.00] 18.00| 30,600.00| 
38,750.00]26.50 — | 41,075.00| 22.40 34,720.00| _ 28.17 | аз,6ө3.50| 20.00| _ 31,00. 00) 
1,200.09] 20.00 | 1,200.00 |  s«.oo| _ 2,040.00]  28.81 | 1,728.60] 0.00 | 2,400.00 
15,000.00|1,475.00| 14,750.00| 1,540.00 15,400.00] 1,223.64 | 12,236.40|1,200.00 | 12,000.00 
4,000.00|2,500.00| 5,000.00 | 2,280.00| 4,560.00|1,921.53| __ 3,855. 06! 1 ,600.00 | _ 3,200.00] 
1,100.00] 115.00] 1,265.00 | 205.00 2,255.00| 211.11 | 2,322.21 


XTENSION 















































BASE BID 
8" Sewer Pipe 440+ LF 


1,700+LF 


10" Sewer Pipe 


15" Sewer Pipe 1,550+LF 
ва 15" D.I. Casing Ріре Class 51 60+LF 


Std. 48" MH Type I-A 10+EA 
Std. 48" MH Type VI-A (drop MH) 2 + EA 
6" 'T' or 'WYE' (incl. risers as necessary plus plugs) 11+ EA 


270+ LF 






10.00 2,700.00] 15.24 4,114.80| 10.00 | 2,700.00] 
300.00] 99.02 | 99:00] 500.00 | 500.00 
4,515.00] _ 11,67 | 4,084.50] 13.00 | 4,550.00) 
102,634.00| | E 21 95,530.00 
ай БН 
CRT NS 
17.00 
| 10.00 


E 0 

ЭЛЕК е 

— өмі 

8,771.04 23.09 17.00 @,330.0 | 
РЕ 87 

52-24 


6" Sewer Tap Line 


Lump Sum 


200.00| 300.00 300.00 | 300.00 
4,450.00| 9.90 | 3,465.00 12.90 


Диан 
ET 


12" and 15" Pipe Bulkheads (one of each) 


N 
- 
о 
о 
о 
о 

E 

= 

w 

== 

к 

553 

с 

~ 


Special Backfill #53 ог #73 350+ СУ 


Га ара Ды 


ALTERNATE #2 (Disc Drive) _ (DELETE) 


£ 
о 
о 
о 
о 


КИН 
DINE сатта 
9,310.00| 17.50 8,575.00 17.90 
1,500.00 1,650.00 

400.00 250.00 
1,700.00 
5,200.00 12.99 
18,110.00 


BONN қын 
~ 12,705.00 


14,630.00 16.50 13.10 


4,500.00 | 1275.00 3,825.00! 1,560.00 


500.00 250.00 
2,500.00 9.00 | 2,250.00 


3,900.00 2,970.00 12.90 
26,030.00 | 22,175.00 
155,600.00 143,625.00 


129,570.00 


1,650.00 1,368.18 1,368.18 | 1,200.00 1,200.00 
820.00 173.26 693.04 100.00 400.00 


1,700.04 19.25| 3,272.50 
1,101.94 ` | 21,315.82 
10 кр БІ 13,398.00 






w 
со 
аз 
о 
о 

о 


17.00 13,090.00 


ЕЖЕН 

а 2: t o 

ik ae 
8" Sewer Pipe 770+ LF [17.00] _ 13,090.04 
з. EA 
са Ба 
250« LF 
Special Backfill #53 or #73 300+ CY 
Пара ЗА ИЕ NERO 
ғыс Аз ыы 


ВАЗЕ ВІ) % ALT. МО. 1 - TOTAL 


4,680.04 1,258.22 3,774.66 1,200.00| 3,600.04 
120.65 603.25| 100.00 500.00 


веі 
о 
м 
Ал 
о 
о 










, 
19.25 4,812.50 2,500.04 
3,501.00 13.00 3,900.04 
М 
» 


№ 
л 
о 
о 
о 
с 


N 
№ 
о 
№ 
о 
о 


ЕШ; 
асы os aSr 
с 


= 
г 
N 
со 
о 
~ 
о 
5 





| 


| 


CORRECTED 








PHASE’ II RES. NO. 74 - 150-2 
WATER MAINS E.D.A. NO. 06-01-02027 


FLEMING EXC., INC. T-G EXCAVATING , 4NC.* JOHN DEHNER, INC. BERCOT , INC 






NON-COLLUSION AFFIDAVIT 
LEGAL STATUS OF BIDDERS 
BID BOD 

MBE/WBE STATEMENT 
MINORITY FEMALE STATEMENT 


EQUAL EMPLOYMENT STATEMENT 
FINANCIAL STATEMENT 


CERTIFICATION OF NON- SEGREGATED FACILITIES 
DESCRIPTION 


d 
| 


UNITS EXTENSIO 


NO. 


ир EXTENSION U.P EXTENSION| U.P [EXTENSION u.e EXTENSION UP 
MCI Е СЕ чыз” БЕН 
„416. | 17.00 | 21,675.00 | 16.60 21,165.00 | 19.98 25,474.50 26,675.00 
3,000.00 2,478.00] 231.25 1,387.50 3,000.00 
2,700.00 3,046.00 | 1,967.50] 3,935.00 3,400.00 
3,200.00 3,600.00 6,471.40 2,400.00 
29,316.00 ТЯ | 30,289.00 BEES 37,268.40 ERES 30,475.00 
МК Sees КИЕ E есет 
гая Baer 


17,280.00 | 17.00 | 18,360.00 - 16.60 17,928.00 21.78| 23,522.40 [- 17.00] 18,360.00 
750.00 Г 900.00 | 900.00 | 827.00 827.00 | 1,053.75| 1,053.75 | 1,500.00| 1,500.00 






































t 


BASE BID - INNOVATION BOULEVARD 


12" CL #50 Ductile Iron Water Main 


то 
N 
іл 
+ 

I 
^3 
то 
о 
= 
Б 
с 
о 
о 


12" x 45? Elbows (restrained) 6+ EA 


Type I fire Hydrant Assys 2« EA 


Relocate Existing Fire Hydrants 4+ EA 


SUBTOTAL OF BASE BID 


ALTERNATE BID #1 (Matrix Way) 






12" C1 #50 Ductile Iron Water Main 1080+ LF 






12" Gate Valve и/Вох 1+ EA 
12" x 12" Tee (Restrained) 1+ EA 


TOTAL ВАЗЕ BID % ALT. МО. 1 


— 


, 
450.00 468.00| 396.95] 396.95 700.00 

2,900.00 3,102.00 | 1,990.00] 3,980.00 3,600.00 
1,000.00 1,379.00 | 1,653.75| 1,653.75 1,500.00 
300.00 355.00 | 185.99) 185.99 300.00 

22,680.00 ee отв сорга 24,059.00 30,792.84 25,960.00 
51,996.00 | — [sns |__| 
ЕР aep 
[15.69 

ШІК 


827.00 


928.00 | 272.50] 545.00 1,000.00 


ALTERNATE BID #2 (Disc Drive) (DELETE) 

830+ LF |13,280.00 13,778.00 20.71| 17,189.30 14,110.00 
12" x 221? Elbows (restrained) 2% EA | 1,000.00 464.00 

ta Ea | 1,450.00 1,551.00 1,990.00 1,800.00 





, 
1,000.00 1,379.00 | 1,591.25| 1,591.25 | 1,500.00| 1,500.00 
300.00 165.00| 165.00 | 355.00 355.00 239.19 | 300,00] 300.00 
17,030.00 17,991.00 ЕЖ 21,554.74 18,710.00 


70,450.00 


Type V Fire Hydrant Assy 1+ EA 


12" x 6" Reducer 1+ EA 


SUBTOTAL OF ALTERNATE £2 


TOTAL COST OF PHASE II (WATER MAINS) 


TOTAL BASE BID & ALT. NO. 1 


69,010.00 72,339.00 89,615.98 75,145.00 


51,996.00 


4 


Уа А АП Са 


СОККЕСТЕО 


| 





XTENSION 





РНАЗЕ III КЕ5. МО. 74 - 150- 2 
STORM SEWERS E.D.A. NO. 06-01-02027 


FLEMING EXC., INC. Т-б EXCAVATING , NC.“ JOHN DEHNER , INC. BERCOT , INC. 





PROJECT : SUMMIT INDUSTRIAL. PARK 
| CONTRACTOR 


12" RCP Class IV 920+ LF 


12" CMP Gauge 16 15+ LF 
15" RCP Class III 0+ LF 
18" RCP Class III 40+ LF 


21" RCP Class III 75+ LF 


XTENSIO XTENSION U.P EXTENSION] U.P. [EXTENSION u.e EXTENSION UP 
Ба EU 
00а 17,820.07 16,284.00 | т. | | 19.00 | 









































15,860.80 17,480.00 


285.00 


. 5 17.24 19.00 
300.00 300.00 250.50 251.10 | 19.00 | 

9,360.00 7,410.00 7,956.00 7,285.20 8,385.00 
1,040.00 1,080.00 940.00 945.60 1,080.00 
2,250.00 2,400.00 2,002.50 2,578.50 2,437.50 
16,160.00 21,210.00 16,311.50 16,927.60 18,685.00 
23,600.00 25,960.00 26,314.00 25,842.00 26,550.00 
15,300.00 17,340.00 19,006.00 21,137.80 | 52.00 | 17,680.00 


24" RCP Class III 505« LF 
30" RCP Class III 


36" RCP Class III 


42" RCP Class III 
48" RCP Class III 


65+ LF 
190+ LF 


———— 





ЕСІЛ 


Std. 48" МН Type I-A 3+ EA 
Std. 48" MH Type I-C 1+ EA 
990.00 


3,200.08 1,950.00 1,980.00 | 958.98 | 1,917.96 1,100.00 | 2,200.00 | | 
2,500.00 |2,150.00| 2,150.00 |2,210.00 1,865.49 | 1,865.49 |2,000.00 | 2,000.00 рапа 
3,000.00 |2,450.00 2,450.00 |2,772.00 2,772.00 |2,203.08 2,203.08 |2,800.00 2,800.00 Md 


Std. 48" MH Type I-G 2+ EA 


Std. 60" MH Type II-A 1+ EA 


Std. 72" MH Type II-A 1+ EA 
Std. 96" MH Type II-A 1+ EA 


Std. 48" MH - Adjust to Grade 4+ EA 


400.00 900.00 1,400.00 2,640.00 | 300.00 | 1,20.00 | | 
2,000.00 | 420.00 | 1,680.00 | 660.00 | 2,640.00 | 703.56 | 2,814.24 


300.00 600.00 250.00 500.00 221.76 443.52 400.00 800.00 


Std. Inlet Type I-C 13+ EA 
Std. Inlet Type I-G 4+ EA 


Type C Casting & Installation 2+ EA 
1+ EA 


100.00 | 100.00 100.00 | аж] 203.00 | 109.30) 109.20] 15.00] 15.00 | 
300.00 500.00 | 613.00 613.00 | 444.97 444.97 | 500.00 
о] sonli sns Ede m ciTe мы: 


12" Metal End Section (Galvanized) 





30" Metal End Section (Galvanized) 


1+ EA 


42" Metal End Section (Galvanized) 1+ EA 


Special Backfill #53 or #73 550+ CY 
T' x 5' Concrete Box Culvert 90+ LF 
30" Brick Bulkhead 2« EA 


SUBTOTAL OF BASE BID 


w кл о 
= јео мо 
о о 
1+ |+ 
EE 
"~ |") 


| | 179,865.00 | 
Ба 
Kawan оса 


168,295.00 173,159.50 175,446.64 


ALTERNATE #1 (Matrix Way) 


3,800.00 2,065.00 8,673.00 


200.00 | 200.00 400.00 | 150.00 300.00 | 132.00 264.00 | 500.00 | 1,000.00 
169,060.00 
8,016.40 ЕСТІ 9,310.00 


12" RCP Class IV 490+ LF г 16.36 
15" RCP Class IV 105. № | 2,895.00 | 21.00) 2,205.00 2,026.50 | 20.28 | 2,129.40 
15+ LP 23.50 | 352.50 367.35 


390.00 405.00 У Е 


21" RCP Class ІІІ 5+ LF 


24,750.00 | 295.00 | 26,550.00 | 263.00| 23,670.00 | 290.00 | 26,100.00 | 300.00 | 27,000.00 


2,080.00 2,730.00 32,30] 2,099.50 2,130.05 | 37.00 | 2,405.00 
15,000.00 16,500.00 16,725.00 | 49.34 | 18,502.50 16,875.00 
3,000.00 1,900.00 1,800.00 2,108.04 |1,000.00 
1,700.00 850.00 | 871.00 871.00 920.04 |1,050.00 | 1,050.00 
3,000.00 2,300.00 |2,560.00 2,560.00 |2,137.08 2,137.08 


25" ВСР С1азз 111 65+ LF 
30" ВСР С1азз ІІІ 375+ LF 


Std. 48" MH Type I-A . 2+ ЕА 


Std. 48" МН Type 1-С 1+ EA 


Std. 72" MH Type II-A 1+ EA 










750.00 | 450.00 450.00 | 680.00 680.00 | 716.76 716.76 | 650.00 
2,600.00 | 9.90 | 1,980.00 2,580.00 2,334.00 2,600.00 
41,305.00 БЕБЕ 38,545.00 38,501.00 БЕЗ 39,503.52 aud 40,515.00 HS 


VUES m 


Std. Inlet Type I-C 1+ EA 


5ребіа1 Backfill #53 or #73 200+ CY 


SUBTOTAL OF ALTERNATE #1 


TOTAL BASE BID & ALT. NO. 1 210,365.00 


За ааа Jess DE PS 


CORRECTED 


XTENSION 





: ў к РНАЗЕ 111 КЕЗ. МО. 74 - 150- 2 
а ак ІЛ И З ax бен 
я е т-с EXCAVATING , INC. + | JOHN DEHNER, INC. | ВЕЯСОТ, INC. 
NON-COLLUSION AFFIDAVIT : 


LEGAL STATUS ОҒ BIDDERS 
BID BOD 

МВЕ/МВЕ STATEMENT 
MINORITY FEMALE STATEMENT 


EQUAL EMPLOYMENT STATEMENT 
FINANCIAL STATEMENT 


CERTIFICATION OF NON- SEGREGATED FACILITIES 
DESCRIPTION 


ENSION| U.P. EXTENSION) UP EXTENSIO XTENSION 


perd ЕЕЕ ecc puse voe ee 
1,800.00 1,665.00 1,593.00 | тла | nexu | 1900 | лоо] | 
3,250.00 3,375.00 2,037.50 | 23.48 | 2,935.00 | 2150 | 2,687.50] | 
8,400.00 6,960.00 ryan6.00 | 28.31 | 1,926.80 | 21:00 | 7,560.00| | 

RUE 


5 
d 
d 
Š 
i 








ALTERNATE #2 (Disc Drive) (DELETE) 
2" RCP Class IV 


| 


N [ме 
л [е 
i+ |+ 
plc 
~ | 


18" НСР С1азз 111 


21" ВСР Class ІІІ 280+ LF 


= 


" RCP Class III 


16,625.00 18,287.50 15,437.50 
13,000.00 14,300.00 13,520.00 14,625.00 

4,500.00 2,100.00 2,072.00 [umero | 2,422.20 |1,000.00 | 2,000.00] || 
1,700.00 1,000.00 109.0 [103-85 | 1,103.85 [1,050.00 | тою | 
KE = 1036.00 [4182.06 | 1,122.06 [1,000.00 | 1,000.00[ | 
E II. 2,011.00 [2019.60 | 2,019.60 2,000.00 | 2,000.00] | 
2,250.00 1,350.00 2,040.00 | 725.67 | erro | 650.00 | 1,950.00] | 
sees | sewor.oo |_____| sssr | | этою] | 

pa a BER 
bmw | 


" RCP Class III 


| 
43 
w m 
то a 
іл іл 
+ + 
эй ізі 
~ "= 


| 
+ 


2+ EA 
1+ ЕА 


19. 48" МН Туре 1-А 
Std. 48" МН Type 1-С 
Std. 48" MH Type 1-б 1+ ЕА 


Std. 60" МН Туре II-A 1+ ЕА 


Std. Inlet Type 1-С 3+ EA 


pecial Backfill #53 ог #73 250+ СУ 3,250.00 


UBTOTAL OF ALTERNATE #2 58,875.00 


№ 
3 
= 
n 
о 
о 
о 


269,240.00 263,302.50 264,067.50 450. 


d nin 
9 
> 
E 
о 
а 
= 
о 
п") 
n 
3 
а 
ze 
= 
n 
Iv! 
8 
= 
[^] 


| 


| 


JRE 


CORRECTED 


PHASE ГІІ RES. МО. 74 - 150- 2 


PROJECT: SUMMIT INDUSTRIAL PARK раі: Е.О.А. NO. 06-01-02027 
"CONTRACTOR ase Exp. [пин EX Ne [ T Бкоматне C 


bue cur 
WESS TEX 


CERTIFICATION OF NON - SEGREGATED FACILITIES 


На DESCRIPTION UNITS 


BASE BID - INNOVATION BOULEVARD 
387+ SY | 
T40 LF j 
Common Excavation 7,122+СҮ . 
Concrete Сигђ % Gutter Туре 11-В 6,838«LF| 27,010.10 й š 
о be placed - 
Compacted Aggregate Type "0" (6-in. depth) under curb)#53 | 470+ TN 3,995.00 8.00| 3,760.00 6.37 2,993.90 3,102.00 3,243.00 








XTENSIO XTENSIO XTENSION| U.P. EXTENSION, U.P EXTENSION ув EXTENSION 

Жай ШЕН Hc ЖЫН ҚАЗЫ 
[23.09 [5.50 

EFT 












































812.70 1,354.50 23.00 5.50] 2,128.50 | 5.00| 1,935.00 
1,850.00 2,590.00 1,184.00 | 3.301 2,442.00 | 2.50) 1,850.00 


8,901.00 


8.25 | 56,413.50 59,011.94 59,422.22 62,294.18 


Asphalt Base No. 5D (880 #/SY) 5,200+TN |122,200.00 24.50 [12,400.00 128,648.00 | _ 24.97 | 129,844.00 | 26.11 35,772.00 | | 
Asphalt Binder Но. 9 (220 #/SY) 1,300-ТМ | 32,825.00 32,825.00 33,280.00 | 25.83| 33,579.00 35,100.00 | | 
18,546.00 28.15 | 18,915.00 29.08| 19,192.80 | 29.35| 19,371.00| 30.68| 20,248.80 pus] 










Asphalt Surface State Mix 11-B (110 £/SY) 660+ TN 

Bituminous Mixture for Approach 60+ TN 2,700.00 2,736.00 45.23 2,713.80 45.65 2,739.00 47.73] 2,863.80 
Tack Coat 0.08 Gal./SY 8+ TN 2,600.00 2,080.00 267.00 2,136.00 269.50 2,156.00 281.75} 2,254.00 
Special Borrow #53 ог #73 Stone (Backfill for Rater, | 1.348+TN| 11,458.00 Е Г 


Sign - МО PARKING (R-8-3) 12" x 18" 20+ EA 
Sign - SPEED LIMIT 30 (R2-1) 24" x 30" 4+ ЕА 


Н ,254. 
| — 9.90 | 13,345.20 15,461.56 | в.а] 8,681-12| 13.00) 17,524.00 | 
800.00 1,200.00 1,300.00 | 59.40| 1,188.00 |___68.31 | 1,366.20 | | 
200.00 240.00 260.00 231.60 [ema same. s | 
150.00 230.00 240.00 | 110.55] 221.10 | 127.08] 254.16 | | 
150.00 180.00 195.00 | 59.40 178.20 | 68.31] 204.3 | | 
канын 
RENE 
ей 
EL 
Nm 
(а 


Sign - STOP (81-1) 30" x 30" 2+ ЕД 


Sign - Keep Right Symbol (R4-7) 24" x 30" 3+ EA 


Pavement Markings (6" Yellow Thermoplastic) 6,068+LF 


„75 
75 


Pavement Markings (6" White Thermoplastic) 1,000+LF 750.00 
318,972.31 
3,682.80 4.00 4,960.00 
18,379.35 19,267.65 


SUBTOTAL OF BASE BID 


ALTERNATE #1 - MATRIX WAY 







EG 
1 1,884.80 | 701.95) 


2,418.00 


1,240«CY| 3,596.00 


Common Excavation 
\ 


Concrete Curb & Gutter 2,115+LF 


6" Dept d 
Compacted Aggregate Type "О" Мо. 53 Onde CUBE о ru 2404 TN 


Asphalt Base No. 5 D (880 #/SY) 2,1504 TN 


2,040.00 | _ 8.00| 1,920.00 1,528.80 


Я T. 
| Š 


Asphalt Binder No. 9 (220 #/SY) 540+ TN 
Asphalt Surface State Mix 11-В (110 #/SY)` 270+ TN 
Tack Coat (0.08 Gal/SY) 3.23 TN 
Sign - NO PARKING (R-8-3) 12" x 18" 6+ EA 


75.00 115.00 120.00 ТЕЗЕК БЕСТЕ | 
1 051.65| .54 420.66 MEC 428.45 313.92 БЕС | ee и NM 


Sign - STOP (R1-1) 30" x 30" 1+ EA 


Sign - DEAD END (W14-1) 24" x 24" 1+ EA 
Pavement Marking (6" Yellow Thermoplastic) 779+ LF 


Integral Concrete Curb Type II-A 285« LF 


Plain Concrete Pavement 9" 350+ SY 


SUBTOTAL OF ALTERNATE £1 


8,750.00 


око 
98,159.90 ЖЕН 


105,236.01 107,380.91 


TOTAL ВАЗЕ BID & ALT. МО. 1 


ALTERNATE #2 - DISC DRIVE (DELETE) 


Common Excavation 1,343+CY 


Concrete Curb & Gutter Type II-B 1,662+LF 


Compacted Aggregate Type "0" Мо, 53 То Бегувес шти 182+ ТМ 
Asphalt Base Ко. 5 D (880 #/SY) 1,812+TN 






342,493.10 | өз,207.37 ER 8 


20. 


1,547.00 | 8.00) 1,456.00 1,159.34 | 6.60 1,201.20 | 6.90 | 1,255.80 um E ERIS 













11,438.25 11,438.25 11,596.80 11,700.99 27.00 КІН ЕС КЛ 
6,350.60 6,497.50 6,572.08 29.35| 6,633.10 | 30.68 | 6,933.68 БРЕ 
887.25 709.80 267.00 728.91 269.50] 135.74 | 281.75 | 1628) | 


Asphalt Binder №. 9 (220 #/SY) 453+ TN 





55 
95 
55 


Asphalt Surface State Mix 11-В (110%/5Ү) 
Tack Coat (0.08 Gal/SY) 


226+ TN 
2.73+ TN 


15.00 | 115.00| 115.00 120.00 120.00 110.55 110.55 127.08 | 127.08 | 


Sign - NO PARKING (R-8-3) 12" x 18" 4+ ЕА 
Sign - STOP (R1-1 30" x 30") : 1+ EA 


Sign - DEAD END (W14-1) 24" x 24" 1+ ЕА 


746.55 298.62 | .5| 304.15 265.44 | та ји у мито [а 
8,150.00 | 20.25| 7,087.50 | 21.60 7,560.00 1,623.00 | 22.77 | 1,969.50 | | 
&,90.10| _____| 89,076.53 | ____ unaa | ____| 93,131. | [ 98,193116 | 
EN ШИН ЕСІМ ЕСА АН А АСЫҒЫ 
отг ,283.90 | | 491,431.53 

а 

HERUM 


Pavement Marking (6" Yellow Thermoplastic) 553+ LF 


Integral Concrete Curb Type II-A 285+ LF 







Plain Concrete Pavement 9" 350+ SY 


SUBTOTAL OF ALTERNATE #2 


pepe pw eec 


TOTAL COST OF STREETS 425,394.20 


JEBEBNESEUZSERSBE 


CORRECTED 





PROJECT : SUMMIT 
[ CONTRACTOR 
CERTIFICATION OF NON - SEGREGATED FACILITIES 


35' Bronze Aluminum Twin Pole 
250 Watt HPS Luminaire & Lamp 


400 Watt HPS Luminaire & Lamp 


d 
E 











35' Bronze Aluminum Pole 

3-1/1C £4 AWG Copper Wire in Trench or Conduit 
2" Conduit in Place ч 
Тгепсһ іп Earth 24" Пеер 


2-1/С #12 Stranded Соррег іп Light Supports 


Fused Connector 
jeu (— ia 





Unfused Connector 


Grounding Lug 


10' Riser Section 


Compression Connector 


SUBTOTAL OF BASE BID 


ALTERNATE #1 - MATRIX WAY 
35' Bronze Aluminum Pole 


250 Watt HPS Luminaire & Lamp 


2' x 2' x 6' Concrete Foundation with Entry ек Ева: 


3-1/С #4 АМС Соррег Wire іп Тгепсћ ог Conduit- 





2" Conduit іп Place 


Тгепсһ іп Earth - 24" Deep 


2 1/С #12 AWG Wire іп Light Supports 
Fused Соппесбог 
Unfused Connector 


Grounding Lug 


Compression Connector 


SUBTOTAL OF ALTERNATE #1 


TOTAL BASE BID & ALT. NO 1. 


ALTERNATE £2 - DISC DRIVE (DELETE) 


35' Bronze Aluminum Pole 


250 Watt HPS Luminaire & Lamp 


eeves 
2' x 2' x 6' Concrete Foundation with Entry Grounding 
3 1/C #4 AWG Copper Wire in Trench or Conduit 
2" Conduit in Place 


Trench in Earth - 24" Deep 





2 1/C #12 AWG Wire in Light Supports 


Fused Connection 


Unfused Connector 





Grounding Lug 
Compression Connector 


SUBTOTAL OF ALTERNATE #2 


TOTAL COST OF STREET LIGHTING 


TOTAL COST OF PHASE III (STORM SEWER, STREETS, STREET LTG 


TOTAL COST OF PHASE III BASE BID & ALT. НО. 1 


- = 
о w 
о іл 
о о 
+ + 
е 16 
"|" 


INDUSTRIAL PARK 


Емемсс?/ЕРР ESTIM, 






UNITS 


12+ EA 





24+ ЕА 
11+ EA 
11+ ЕА 


23+ ЕД 


, € 

, шш. 
3,000- LF 
2,100+ LF 
46+ ЕА 
23+ EA 
23+ EA 
1+ БА 
75+ EA 


8+ ЕА 

8+ БА 

8+ EA 
1,250+ LF 
150+ LF 
1,025+ LF 
600+ ТЕ 
16+ ЕА 
8+ БА 

8+ ЕД 
24+ ЕА 


7+ ЕА 
7+ ЕА 
T+ ЕД 
1,100+ LF 
125+ LF 
900+ LF 
525+ LF 
14+ БА 
7+ ЕА 
7+ ЕА 
21+ БА 


XTENSIO 





10,320.00 
10,200.00 
4,675.00 
9,075.00 
18,975.00 
11,962.50 
10,500.00 
3,750.00 
840.00 
333.50 
149.50 
52.90 
45.00 
300.00 
81,178,40 


6,600.00 


3,400.00 567.00 


2,600.00 
3,437.50 
1,575.00 
1,281.25 


116.00 33215 


52.00 
18.40 


96.00 | 15.23) 
19,416.15 PON 
E 


100,594.55 


5,775.00 | 1,170.00 
2,975.00 567.00 
2,275.00 355.00 


3,025.00 
1,312.50 


1,125.00 


210.00 EN 


101.50 
45.50 
16.10 
84.00 

16,944.60 


117,539.15 


862,173.35 


103,452.65 


567.00 


e 


85 
21 
85 
21 





ЁШ 


1,170.00 


2.45 


85 
21 


XTENSIO 





14,040.00 
13,608.00 
6,391.00 
11,880.00 
8,165.00 
10,657.50 
1,850.00 
6,150.00 
441.00 
1,552.50 
526.70 
251.85 
51.90 
1,142.25 
76,707.70 


9,360.00 
4,536.00 
2,840.00 
3,062.50 
277.50 
2,101.25 
126.00 
540.00 
183.20 
87.60 
365.52 


23,479.57 
100,187.27 


8,190.00 


3,969.00 
2,485.00 
2,695.00 
231.25 
1,845.00 
110.25 
472.50 
160.30 


76.65 
319.83 
20,554.78 


120,742.05 


856,328.45 


РНАЗЕ 111 
STREET LIGHTING 


FLEMING ЕХС., INC. T-G EXCAVATING , INC. ^ 





347.00 


1.8 

БӘЙГІ 
ШЕРІ 
ШЕСІ 
НЫ 
EE 
Ee 
ШЕРІ 
ШЕСІ 


31.10 


ШЕГІ 
ШІСІ 
85 


0 
7 
9 
7 
1 
.59 
|221,9 


1. 


XTENSION 
21,888.00 





8,328.00 


ШІСІ 

| зат.00| 3,817.00 
17,325.00 
4,025.00 
| 1.80 7,830.00 


800.00 
1,770.00 
147.00 
862.50 
42.55 
53.13 
347.00 
232.50 
67,461.68 


12,600.00 
2,776.00 
1,400100 
2,250.00 

120.00 
604.75 

42.00 
300.00 


14.80 
18.48 
74.40 
20,200.43 


11,025.00 
2,429.00 
1,225.00 

. 1,980.00 

100.00 
531.00 
36.75 
262.50 
12.95 
16.17 
65.10 
17,683.47 


105,351.58 


860,850.61 





493.50 


24.68 


ДЫР 
Ei 
Ld 
ENTE 


459.90 


3 
1 
3 


gum 
зл 
EEG] 
ES 
Базы 
ИШЕТ 

У 
Бобан 
EEA 


0 
0 
.78 
.05 
0 
-18 
05 
а 
18 
05 


| 3.78 
| 1.09 3,150.00 
BEST 
ШЕГЕ 


XTENSION 


13,860.00 
11,037.60 
| 467.25 5,139.75 
| 1,155.00 12,705.00 
| 493.50 


11,350.50 
8,700.00 


3,780.00 


399.00 
1,135.28 
483.00 
96.60 


346.50 
12,309.23 


9,240.00 
3,679.20 
3,948.00 
2,500.00 
567.00 
1,076.25 
114.00 
394.88 
168.00 
33.60 
110.88 


21,831.81 


8,085.00 
3,219.30 
3,454.50 
2,200.00 
472.50 
945.00 
99.75 
345.52 
147.00 
29.40 
97.02 


19,094.99 


113,236.03 


876,222.62 





RES. МО. 74 - 150- 2 
E.D.A. МО. 06-01-02027 


JOHN DEHNER, INC. 


BERCOT , INC 


366.00 


20.00 


366.04 


ts 
Ts 
1. 
М 
1.9 
155 
М 


ік 
EE 
eee 
КЕ 


1.52 


1,674.00 


ИШЕ 
шага 





[= 
Г = 1,809.00 
ИШЕ 
ШЕГЕ 


90 
85 
63 
07 
45.08 
366.00 366.00 
.90 
3 
7 
6 
2 


pd 
RES 
pud 
Puspa 
ВЕНЕ 914,984.04 
ESO 
EG 
EN 


XTENSIO 
15,480.00 


8,784.00 


| 366.00 
4,026.00 


з. 
1,674.00] 18,414.00 
4,255.00 


8,265.00 
850.00 


147.00 


920.00 


34.96 


63,723.04 


13,392.00 
2,928.00 
1,480.00 
2,375.00 

127.50 
645.75 
42.00 
320.00 
15.68 
12.16 


78.72 


21,416.81 


11,718.00 
2,562.00 


1,295.00 
2,090.00 
106.25 
567.00 
36.75 


280.00 


13.72 
10.64 


68.88 
18,748.24 


103,888.09 








XTENSION 





РНАЗЕ ТУ КЕ5. МО. 74 - 150-2 
DETENTION POND E.D.A. NO. 06-01 -02027 


PROJECT: SUMMIT INDUSTRIAL PARK 














CONTRACTOR etme DP Een. [пачне хс imc, |а exovemwo wc. | JONN DENNER, INC. 
ЕТ ЕЕ e np у a а 
Гоол, erarus ОРВИ |e fe ОСЕ ИЕРГЕ 
КИН СТИ DOR M ДААГА Р СЗ AE Dub а СА s 
ae WHE STATEMENT то се Eo ce]. 1 атаана 2 
анови ТЕС АЕН ПИН Os eee 
ЕТЕУ СА ИОН КЕСНИ De se suco н рерна 
raga кэлшы РЕС NONSE D. p sns s и 
бейппратон ое NOW SHESREOMED Бек Ор реа GUT а | 
ТА  oescrietion — — — Дунив EXTENSION UP_EXTENSION UR 
Ero ди MERE тен TUNE INED a жаған КОШО suyus КЫ КЫ ЫЛДЫ 
ЕЛЕНЕ ГН аа, Сас СЫ ры шары ВАН А 
БЕГЕН И ү pa | ње ЗН АЕ нара нк ЕНЕР el 
[unie зна ананас ет clay Dist вопа е кке Белін ыр = СЗЗ 
падна [ 1s | 160,000.00 | us [126,000.00 15 [146,350.00 | 15 [198,100.00 | 15 __|220,000.00 | 
T Та дек замы ne ERE ы у АЕ ee н 
— am кайи л s А А РАНЕ АНЕ. ee В Қызан 
вм Including: Construction of core, дат, emergency EXE е ЖА а Sisapa та ЖҮЗ ТУМ а Ба ҮШ ИЕ а НС Ы 
= primary overflow system, pond drainage system, outfall ТЕРЕН ie БЕИШЕН Шығар аға АЗДЫ Ба ње ан ТЕШЕ Deas ae 
p ditch, 30" and 68" x 78" pipe concrete headwall, hp mM Epp аварыя лы ае Бе кошеде қашты 
|| or river sed mere reum наби ed, S ва би ји р | ЕСО eee РНИ Е А ЕЕ 
С [neem ав | шеш | па | беде is | шташ | is! | ruso | 1s use | 
рая азва ас ЛЕШ e peg et dq" ы - ЕР БАЛҚЫТЫЛАТЫН or aer кс 
ШЕТТЕ НРС ВИТУ и | тела С [mnes — шшш ИЗ 
pop Маз ЛЕ Суу л ы а карна н ҒА теле т 
СЕ ИБИС ст НЕ ИЛЕШЕ Манера eg) е а МОДЫ не а он L са БЕЗ а 
ГУЧ КЫТ rRNA ero Eu n ew қа жаа а ы 
F1 uM RS PIS Xt ume TT үлан А Шахты саса M у S 
р ЕН Q C к ЖЫЛА ed a eae SEEDS OS 
к L L——L————— 
mn ССА И а де ЕТАР араў је чето ыы ми 
mz pup wer КЕРЕЛИ занае Баласы ES тт ВИ иды SESI: З БА 
Е НАПАДА БИ КАНЕ ps ро и CS We Sed 
[rt СИС ТРЕЕ пана ЕН apuq ed X EC a jme ore 
HEN a CINCO Ғе си л у о зала. IER л ы DEUS 
ЕК ЕНБЕК eio sn POM NCC TW pesci mme uw А аа ње IH ВН eed 
ыы Еве м АЕ ПНЕ жаңға ана Né а ы a 
ЕЛ панна ТАЛАР» ССТ ЕРЕ саны ПАД Баре Л: аван ЕА Ба | А ае ЖЕ TIE: 2; 
ЕТЕНЕ co вт зА r е веш eu LEE E gu 
М зь арт AS НЕ БИЧА БА РАЈ теле РАВНА s ауада нта м ылас 
БЕ ОАЕ у с ее е А ы; 
[1- —ropuiec татты i puc TSS Ке л ы S До ORI 
Е мада p Ue SUIT mM кс rM s 
В БЕС E a Би ПА pasaq Ел есіле quc. e o 
ПЕ аа T co GSE am БЕСІН ШИНЫ ебаси сығар сал қылм аа шош 
пе NEN БА р Е Бл ады ү анан 
| 
Bë БЫЛ САҒЫН cete Wer шада Sa КШ С ш se 
np c PAY es то ТЕЙ р C onec а ЕП 
Ж | С Е ОЕ СОВЫ m RNS ЕЕ S game ae poe 
Ед eniupeecs We wem. Mr s UEM СЫ ра АИ ARE 
p ра ЖЕСЕ БЕН БЕСІ ДОДЕ ЕРДЕ О yuk C НТ И ШЫ 
El osque БИ ШШЕ СЕ ал ал шалт ETE RT E 
ва ў аа. КЕ БА н рвы аса алы на 
EX : E opem Е алла E ЗВ ИШИН 
ЖИ О Кис О ск шк Ааа а пс ЕР BE ыса 
нка занага ЕТ ДЕЕР ERROR НИД н КЫЫ EIER ка КОШИ E ш БА S еа 
ТТЛ S DU S Rl METUS кс ЕК т тар мар каны ае Tad 
ре su 
ЕЕ 
Е iz paspa paqaq gases Беда ЕТА ШЫ ШАК ЫИ МАДЫ p e За 
г зе ШО БН Б Б ағат EE 
PR kuwaq МЕН Е ае ос Бе Eod s с 
BURNS CI ре ge НИ РАНА аа БА ы JEN ee СТОИ 
rs Sasa БА a IUS JC HN шыл Бейес s A ШЕ. cda TELE d 
X CORRECTED - 








XTENSION 
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| ? КЕ5. МО. 74 - 150-2 ; 
PROJECT: SUMMIT INDUSTRIAL PARK ES DN Е 
CONTRACTOR — көкеауоревтім. | FLEMING EXC., NC. T-G EXCAVATING , INC. JOHN DEHNER, INC. BERCOT , INC. 


NON-COLLUSION AFFIDAVIT ` Š 


FINANCIAL STATEMENT 
CERTIFICATION ОЕ NON - SEGREGATED FACILITIES 


DESCR IPTION UNITS 


Demolition of Existing Farm Structures 


Selective pruning & removal of DI P EM а 15 


Stripping & Respreading of Торзо11 6,456 CY 


Spillway Weir 1-74 LS 


Concrete Headwall 2-74 LS 


х 
e 
m 
dx 
э 
О 
2 


oN өр EXTENSION| U.P EXTENSION) ШР Ехтембю 


3,000.00 | 9,064.04 9,064.00-116,000.00| 16,000.00 |12,100.00 12,100.00 | 9,280.00] 9,280.00 


? , | r 
3,000.00 |20,000.04 20,000.00 | 8,000.00] 8,000.00 |31,000.00 31,000.00 31,600.00] 31,600.00 
, , 
, 


6,456.00 10,135.92 20,336.40 17,754.00 | 3.50 22,596.00 









































w 
> 
t 
2) 
w 
н 
о 


4,000.00 | 7,895.04 7,895.00 |14,823.00| 14,823.00 | 19,140.04 19,140.00 | 16,005.04 16,005.00 


,005. 
4,000.00 |10,725.04 10,725.00 |17,306.00| 17,306.00 |23,320.04 23,320.00 22,543.00 22,543.00 
4,000.00 | 3,750.04 3,750.00 1,468.00 | 6,050.0d 6,050.00 |6,712.00| 6,712.00 


South Sign Wall LS 
North Sign Wall LS 


,320. 
14,873.00 5,850.0 5,850.00 |23,974.00| 23,974.00 |27,500.04 27,500.00 |27,784.00 27,784.00 
29,600.00 34,780.00 31,154.00 30,525.00 | 9.20 34,040.00 

276.00 1,200.00 123.00 738.00 1,320.00 1,800.00 


5' Wide Сопсгебе Path , 


Concrete Вепсћ Рад 6 ЕД 


m 
= 
о 
о 
E: 
^3 


10,130.00 | 1,235.00| 12,510.55 12,156.00 | 1,605.00| 16,258.65 17,474.25 

12,800.00 7,840.00 | 2,365.00 | 7,568.00 13,424.00 3,680.00 

68,840.00 | 1,235.00] 85,017.40 |, 185.00 | 81,575.40 | 1,498.00|103,122,32 | 1,610.00 |110,832.40 
„465. 


68.84 АС 


s= 

ЕЗ 

Ks : БЕССЕ 

ЕЙ аў нано [sem 

15221 Spillway Erosion Blanket 1,555 SY 14,125.85 | 12.00 18,660.00 | 13.80 | 21,459.00 
к Pond Shoreline Erosion Control Mat 4' Wide 2,880.40 | 1.10] 4,169.00 | 1.15 | 4,358.50 
ЕЗ Gravel Beach 6" Thick w/Soil Separator 21,120.75 | 9.90 | 36,877.50 | 10.41 | 38,777.25 
ЕЗ Floating Fountain & Fountain Unit Allowance "7,000.00 7,000.00 
ЕС Floating Fountain: Labor & Materials to Install 4,000.00 1,958.00 9755000 

А ‚070. 


Зеед М1х ТУ „32 АС 





„235. 

, 

320.00 448.00 | 1,465.00 | 468.80 | 1,498.00| 479.36 515.20 
4,494.00 395.00 | 8,295.00| 384.00] 8,064.00 341.33 7,167.93 366.85| 7,703.85 
5,986.00 10,332.00| 245.00 | 10,045.00 147.66] 6,054.06 158.70| 6,506.70 


Red Maple 3" 21 ЕА 
Cockspur Thorn 9' &1 EA 
ЕГДЕ SEE ы ыу M И 7,917.00] гот.оо | 1,863.00 | 232.19 2,089.71 | 249.55 | 2,245.95 


2,000.00 2,920.00 | 142.00 | 2,840.00 3,124.40 3,358.00 
3,570.00 4,413.00 | 207.00 | 4,341.00 4,606.35 4,950.75 
5,600.00 5,656.00| 98.00 | 5,488.00 1,669.76 "8,243.20 
1,264.00 1,976.00] 240.00 | 1,920.00 1,660.64 1,184.80 
1,360.00 3,060.00 | 174.00 | 2,958.00 2,946.78 3,167.10 
19,344.00 33,228.00 | 621.00 | 32,292.00 31,102.76 33,428.20 
2,090.00 1,919.00 | < 98.00 | 1,862.00 2,144.55 2,949.15 
2,625.00 180.00 3,780.00] 174.00 | 3,654.00 4,673.76 5,023.20 
2,565.00 3,420.00 | 174.00 | 3,306.00 2,115.31 2,337.95 
2,025.00 2,619.00 | 283.00 | 2,547.00 3,283.83 3,529.35 
1,800.00 2,015.00 | 392.00 | 1,960.00 2,252.35 2,420.15 


Serviceberry 6' 20 EA 
21 EA 


London Plan 24" í 8 ЕД 


Cottonwood 23" 17 ЕА 
Red Oak 4j" 52 EA 
Redbud 6' 19 EA 


Niobe Willow 2i" 21 EA 
Austrian Pine 6" 19 EA 


Austrian Pine 9' к 9 ЕА 


Austrian Pine 12' 5 EA 










АВО.ЕА 5,025.60 


ваја Сургезз 5" 3,600.00 6,996.00 | 567.00 | 6,804.00 6,265.20 
Froebel Spirea 15-18" 6,225.00 10,034.70] 20.00 | 9,960.00 | 19-26 | 9,591.48 | 20.70 | 10,308.60 | 
шина 


о 5,928.00| 12.00 | 5,760.00 4,615.20 


White Waterlily 
1,650.00 


140.00 2,470.00 2,400.00 1,534.00 

30.00 617.50] 12.00 | 600.00 452.50 486.50 
330.00 2,037.15| 12.00 | 1,980.00 1,623.60 1,745.70 
199.50 3,519.75] 12.00 | 3,420.00 2,134.65 2,294.25 


Water Iris 200 EA 


Spatterdock 50 EA 






Pickerel Plant 165 EA 


Giant Bur Reed у 285 EA 


200.00 900.00 | 4.40 | 880.00 2,996.00 3,220.00 
200.00 900.00] 4. | 880.00 2,996.00 | 1640 | 3,220.00 
200.00 900.00 — 4.40 | 880.00 2,996.00 3,220.00 
200.00 900.00 | 4.40 880.00 2,996.00 3,220.00 
100.00 225.00 220.00 1,498.00 1,610.00 
7100.00 5 11,498.00 1,610.00 


277,344.00 E xd 403,867,82 маха 502,172.54 | _____|526,211.85 


Red Oak Liners : 200 EA 


White Ash Liner 200 EA 


Green Ash Liners 200 EA| 


Black Cherry Liners. 200 EA 


Staghorn Sumac Liners ў 100 EA 


100 EA 2.20 


Grey Dogwood Liners 


№ 
№ 
іл 
о 
о 


SUBTOTAL ОР ВАЗЕ BID 428,219.60 


CORRECTED рев 


s ај а el ја а 










РНАЗЕ V КЕ5. МО. 74 - 150- 2 
LANDSCAPING (CONTINUED) E.D.A. NO. 06-01-02027 


| FLEMING EXC., INC. | T-G EXCAVATING , INC. JOHN DEHNER, INC. BERCOT , INC. 





PROJECT: SUMMIT INDUSTRIAL PARK 
| CONTRACTOR Емвімеее/сор exriM. | 


NON-COLLUSION AFFIDAVIT 
LEGAL STATUS OF BIODERS 





MINORITY FEMALE STATEMENT D 


EQUAL EMPLOYMENT STATEMENT 
FINANCIAL STATEMENT 
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PHASE VI 
OFFSITE DITCH 
T-G EXCAVATING , INC. 
U ШЕН 


5 ве А Ee сн НЕНЕН ee LEE АРАЛЫ tS EEE EEE 


ENGINEER/CP PEST) FLEMING EXC., INC. 

UNITS TENSIO U.P. O 
24,000.00 17,500.00 
1,182,291.60 1,262,011 .88 
226,796.2 234,450.34 

140,908.78 149,646.2 
460.00 9,460.00 
65,840.00 65,840.00 

1,625,296.6 1,721,408.4 


INDUSTRIAL. PARK 
TOTAL BASE BID 
0. 1 
Engineering, & Inspection 
Administrative Cost 
Contingencies 
TOTAL CONTRACT 


TOTAL ALT. 


DESCRIPTION 


OFFSITE DITCH 


MINORITY FEMALE STATEMENT 

EQUAL EMPLOYMENT STATEMENT 

FINANCIAL STATEMENT 

CERTIFICATION OF NON - SEGREGATED FACILITIES 


LEGAL STATUS OF BIDDERS 


BID BOD 


PROJECT : SUMMIT 
NON-COLLUSION AFFIDAVIT 
MBE/WBE STATEMENT 


CORRECTED 


BILL МО. 385-03-33 


REPORT ОЕ THE СОММІТТЕЕ ОМ ЕТМАМСЕ 
ИЕ, YOUR СОММІТТЕЕ ОМ ЕТМАМСЕ do TO WHOM WAS 


REFERRED AN (ORDINANCE) (RERBENTXEN) approving a Contract by and 
between the City of Fort Wayne, Indiana, through its Board of Public 
Works and Safety and Leininger Excavating, Inc., for offsite ditch 


work at' Summit Park 














- 





HAVE HAD SAID (ORDINANCE) (RESRXEXXON) UNDER CONSIDERATION AND ВЕС 


LEAVE TO REPORT B TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 
(RESODUSXLONS О РО МОТ РА55 WITHDRAWN ея» 
YES NO 


BEN A. EISBART 
CHAIRMAN 








——I ÑcQ3F”>.@ü — ——— M — 





ZZ TENET G. BRADBURY 
VICE CHAIRWOMAN 


SAMUEL J. TALARICO 


------------------------------------------------- 


ТНОМА5 С. НЕМВУ 





_ JAMES S. STIER 


CONCURRED IN \ 3-26-4$ 7 SANDRA E. KENNEDY 


CITY CLERK 











Admn. Appr. j -N 
DIGEST SHEET 


— — | 
TITLE OF ORDINANCE Special Ordinance КА TS 03 = ; 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works and Safety 


SYNOPSIS OF ORDINANCE An Ordinance approving a Contract by and between 
кел БЕ шо е l ы I pP айда ys, 
the City of Fort Wayne, Indiana, through its Board of Public Works and 
al а на парна И р РОШ a Da a НЕ И 
Safety and Leininger Excavating, Inc., for offsite ditch work at Summit 
се Ба UU Ul AM o UU Y lea и n 


Park. 
ов 


EFFECT ОҒ PASSAGE Improvement of the outfall area from the retention 


ond. 


EFFECT OF NON-PASSAGE Opposite of the above. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) $14,800.00 





ASSIGNED TO COMMITTEE ( PRESIDENT) 


au eA we x+ м алаа wr te ee а а ` «мым + Ма -- 


е Invitation For Bids/Award of Contract* 
(FEDERALLY-ASSISTED Construction) 


PROJECT:Summit Industrial Park CONTRACT #: Без, # 11-150-2 . — 
E.D.A. ў 06-01-02027 
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BID SUBMITTED ACCEPTANCE OF BID/AWARD OF CONTRACT 


Leininger Excavating, Inc. | CITY ОҒ FORT WAYNE 
Contractor BOARD OF PUBLIC WORKS AND SAFETY 


Roland к. keininger 
Actas ud A балада 
Its: ШГ ЛЭР 

Offer 

Date: 2 7 9 5 


Bidder аргеез Го Кеер Ъ14 open for CITY OF FORT ЧАУМЕ 


acceptance for Фу (99 days MAYOR 


unless otherwise specified) 





















COMPLIANCE: LAD 2 V5 AWARD DATE: 








*NOTE: AWARD WILL BE MADE ON THIS FORM. 


NOTICE ОҒ AWARD 


TO: Leininger Excavation Inc. 


__ 2501 М. Wallen Road 


Fort Wayne, IN 16818 


PROJECT DESCRIPTION Summit Industrial Park 


Res. No. Ті-150-2, E.D.A. Project No. 06-01-02027 | 


The CWNER has considered the BID submitted by you for the above-described 


WORK in response to its Advertisement for Bids dated 
Jen. 18, 25 & Рен. d. 15 1985 , and Information for Bidders. 


You are hereby notified that your BID has been accepted for items in the amount 
of 5 14,800.00 





You are required by the Information for Bidders to execute the Agreement and 
furnish the required Contractor's Performance Bond and Payment Bond withi 
ten calendar days from the date of this Notice to you. - 


ТЕ you fail Го execute said Agreement and го furnish said bonds within Сеп 

davs from the date of this Notice, said OWNER will be entitled to consider 

all vour rights arising out of the OWNER'S acceptance of your BID as abandoned 
19 ав а forfeiture of your Bid Bond. Тһе OWNER will be entitled to such 
ther rights as may be granted by law. 


You гге required to return an acknowledged copy of this NOTICE OF AWARD to 
the OWNER. 


Dated this _ 13thday of March заба: 





“ОҒ PUBLI 


ORKS SAFETY 


David J. Kiester, Director 
of Pubiic Works 


АСЈЕРТАМСЕ OF NOTICE 






Receipt of the above NOTICE OF 
AWARD is hereby acknowledged 


Ву  Leininger Excavatin Inc. 





Cosette R. Simon, Director 
this the 14 дау of March of Administration & Finance 





ва. i š 

Уна Lawrence D. Consalvos, Director 
By d. Public Safety 
Title President 
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АСКЕЕМЕКТ 
This Agreement made and entered into this || day of . March 
1985 , by and between the City of Fort Wayne, hereinafter called OWNER, 
and Leininger Excavating, Inc. 


hereinafter called CONTRACTOR, іп consideration of the mutual covenants 


hereinafter set forth, agree as follows: 


ARTICLE 1. WORK 


CONTRACTOR shall complete all Work as specified or indicated in the Contract 
Documents. The Work is generally described as follows: 


"Summit Industrial Park" 
EDA Project No. 06-01-02027 


ARTICLE 2. CONTRACT TIME 


2.1 The work will be completed and ready for final payment in accordance 
with Paragraph 14.13 of the General Conditions within two hundred seventy 
(270) days after the date when the Contract Time commences to run. 


2.2 Liquidated Damages. OWNER and CONTRACTOR recognize that time is 
of the essence of this Agreement and that OWNER will suffer financial 
loss if the Work is not complete within the time specified іп Paragraph 
2.1 above, plus any extensions thereof allowed in accordance with Article 
12 of the General Conditions. They also recognize the delays, expense 
and difficulties involved in proving in a legal or arbitration proceeding 
the actual loss suffered by OWNER if the Work is not completed on time. 
Accordingly, instead of requiring any such proof, OWNER and CONTRACTOR 
agree that as liquidated damages for delay (but not as a penalty) CONTRACTOR 
shall рау OWNER two hundred fifty ($250.00) Dollars for each day that 
expires after the time specified in Paragraph 2.1 for completion until 
the Work is complete. The liquidated damages charged shall be deducted 
from the Contractor's Progress Payments. 


2.3 ‘In addition to liquidated damages, all engineering and inspection 
costs incurred after the specified completion date shall be paid by the 
Contractor to the OWNER prior to final payment authorization. Charges 
shall be made at such times and in such amounts as the Engineer shall 
invoice the OWNER, Provided, however, said charges shall be in accordance 
with the Engineer's current rate schedule at the time the costs are 
incurred. The engineering and inspection costs incurred after the specified 
completion date shall be deducted from the Contractor's Progress Payments. 


Аса 


ARTICLE 3.  CONTRACT PRICE 


3.1 OWNER shall pay CONTRACTOR as provided in the attached Proposal for 
performance of the Work in accordance with the Contract Documents. 


ARTICLE 4. PAYMENT PROCEDURES 


Progress payments and retainage under this Contract are governed by the 
provisions of PA 1980, No. 524 (MCLA 125.1561 et seq.). Thate Kee о 
incorporated herein by reference and made a part of this Contract. Without 
excluding any provisions of the Act from this Contract, but in order to comply 
therewith and summarize certain provisions, the following shall apply: 


4.1 The person representing the CONTRACTOR who will submit written results 
for progress payments shall be: Roland К. Leininger 


4.2 Тһе person representing the OWNER to whom requests for progress 


payments аге to be submitted shall be: City of Fort Wayne — 
— Rupr C. Fogrgigbe , Project EuaEER. — 








д.3 Тһе CONTRACTOR's representative, listed above, shall submit 
Applications for Payment on the form provided in the Contract Documents 
in accordance with Article 14 of the General Conditions. Applications 


for Payment will be processed as provided in the General Conditions. 
ARTICLE 5. CONTRACTOR'S REPRESENTATIONS 


In order to induce ONWER to enter into this Agreement, CONTRACTOR makes the 
following presentations: 


5.1 CONTRACTOR has familiarized himself/herself with the nature and extent 
of the Contract Documents, Work, locality, and with all. local conditions 
end federal, state and іосаі laws, ordinances, rules and regulations that 
in апу manner may affect cost, progress or performance of the Work. 


.2 CONTRACTOR has studied carefully all reports of investigations and 

sts of subsurface and latent physical conditions at the site or otherwise 
ating cost, progress or performance of the Work which were relied 
upon in the preparation of the Plans aad Specifications and which have 
been identified in “Бе supplemental Genera. Conditions. 


5.3 CONTRACTOR has made or caused to be made examinations, investigations 
tests and studies of such reports and related data in addition to those 
referred to in Paragraph 5.2 as he deems necessary for the performance 
of. thes Work -at -the -Contract Price witbin. thes Contract Time and їп 
accordance with the other terms and conditions of the Contract Documents; 
and no additional examinations, investigations, tests, reports or similar 
data are or will be required by CONTRACTOR for such purposes. 


5.4 CONTRACTOR has correlated the results of all such observations, ex- 
aminations, investigations, tests, reports and data with the terms апа 
conditions of the Contract Documents. 


5.5 CONTRACTOR has given ENGINEER written notice of all conflicts, errors 
or discrepancies that he has discovered in the Contract Documents and 
the written resolution thereof by ENGINEER is acceptable to CONTRACTOR. 


ARTICLE 6.  CONTRACT DOCUMENTS 
The Contract Documents which comprise the entire Contract between OWNER and 
CONTRACTOR are attached to this Agreement, made a part hereof and consists 
of the following: 
6.1 Bidding Requirements (including the Advertisement for Bids, Instruc- 
tions to Bidders, Proposal, Legal Status of Bidder, and other Documents 
listed in the Table of Contents thereof). 
6.2 This Agreement 
6.3 Performance and Other Bonds 
6.4 Notice of Award 


6.5 Notice to Proceed (if issued) 


6.6 Conditions of the Contract (including General Conditions, Supple- 
mental General Conditions and EDA Supplemental General Conditions). 


6.7 Specifications bearing the title "Summit Industrial Park." 


и 


6.8 Plans consisting of sheets numbered 1 through 74 inclusive with each 
sheet bearing the following general title: "Summit Industrial Park." 


6.9 Addenda numbers 1 to 2 , inclusive. 


6.10 Documentation submitted by CONTRACTOR prior to Notice of Award. 


LEGAL STATUS 
OF BIDDER 


This proposal is submitted in the name of: 


(Print) Leininger Excavating, Inc. by Roland К, Leininger 


The undersigned hereby designates below his business address to which all 
notices, directions or other communications may be served or mailed: 


Street 2501 И. Wallen Road 
City Fort Wayne 
"State Indiana-- - д. жылш VR Zip Code 46818 


The undersigned hereby declares that he has Pp status checked below: 


( ) INDIVIDUAL 


( ) INDIVIDUAL DOING BUSINESS UNDER AN ASSUMED NAME 
( ) CO-PARTNERSHIP _ 

The Assumed name of the Co-Partnership is registed in the County 
of o НЫ eol 


AE (X ) CORPORATION INCORPORATED UNDER THE LAWS OF THE STATE OF 
Indiana .. 2. The Corporation is 


- (X ) LICENSED TO DO BUSINESS IN INDIANA 


( ) NOT NOW LICENSES TO DO BUSINESS IN INDIANA 


The name, titles and home такие» of all person who are officers or Partners 
in the Ея аге ав follows: 


NAMES AND TITLE: | | HOME ADDRESS 


Roland K. ИН - President 5712 Homewood Drive 


-Jacquelyn M. Leininger -Sec.Trea, 5712 Homewood Drive 






( ignature) 4 


_ Roland К. Leininger 
Printed Name of Signer 


· President 
Title 
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THE ЖТМА CASUALTY AND SURETY COMPANY 
Hartford, Connecticut 06115 


PERFORMANCE BOND 


Ming 


LIFE & CASUALTY 
Bond No. 
KNOW ALL MEN BY THESE PRESENTS: 
яй LEININGER EXCAVATING, ІМС., 2501 М. Wallen Rd., Fort Wayne, IN 16818 


(Неге insert full name and address or legal title of Contractor) 


as Principal, hereinafter called Contractor, and, THE ЕТХА CASUALTY AND SURETY COMPANY, of Hartford, Connecticut, a corp- 
oration duly organized under the laws of the State of Connecticut, as Surety, hereinafter called Surety, are held and firmly bound unto 


CITY OF FORT WAYNE, INDIANA 


(Here insert full name and address or legal title of Owner) 


as Obligee, hereinafter called Owner, in the amount of Fourteen Thousand Eight Hundred and no/100---- 


--------------------------ВоПагв ($ 15,800 .00------- - -3, Гог the payment whereof Contractor and Surety bind 
themselves, their heirs, executors, administrators, successors and assigns, jointly and severally, firmly by these presents. 


WHEREAS, Contractor has by written agreement dated March 15 ‚ 185  ,entered into a contract with Owner for 


Phase VI of the Summit Industrial Park 
in accordance with Drawings and Specifications prepared by 


(Here insert full name and address or legal title of Architect) 


which contract is by reference made a part hereof, and is hereinafter referred to as the Contract. 


NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION is such that, 
if Contractor shall promptly and faithfully perform said Contract, then this obliga- 
tion shall be null and void; otherwise it shall remain in full force and effect. 


The Surety hereby waives notice of any alteration or extension of time made by the 
Owner. 


Whenever Contractor shall be, and declared by Owner to be in default under the 
Contract, the Owner having performed Owner's obligations thereunder, the Surety 
may promptly remedy the default, or shall promptly 


Owner, and make available as Work progresses (even though there should be a 
default or a succession of defaults under the contract or contracts of completion 
arranged under this paragraph) sufficient funds to pay the cost of completion less 
the balance of the contract price; but not exceeding, including other costs and 
damages for which the Surety may be liable hereunder, the amount set forth in the 
first paragraph hereof. The term "balance of the contract price," as used in this 
paragraph, shall mean the total amount payable by Owner to Contractor under 
the Contract and any amendments thereto, less the amount properly paid by Owner 


за Contractor 


THE AATNA CASUALTY AND SURETY COMPANY 
Hartford, Connecticut 06115 


LABOR AND MATERIAL 
PAYMENT BOND 


THIS BOND IS ISSUED SIMULTANEOUSLY WITH 
PERFORMANCE BOND IN FAVOR OF THE OWNER 
CONDITIONED ON THE FULL АМО FAITHFUL 
PERFORMANCE OF THE CONTRACT 


у “а 


LIFE & CASUALTY 


KNOW ALL MEN BY THESE PRESENTS: 


that LEININGER EXCAVATING, ІМС., 2501 W. Wallen Rd., Fort Wayne, IN 46818 


(Here insert full name and address or legal title of Contractor) 


as Principal, hereinafter called Principal, and, THE ZETNA CASUALTY AND SURETY COMPANY, of Hartford, Connecticut, a corp- 
oration duly organized under the laws of the State of Connecticut, as Surety, hereinafter called Surety, are held and firmly bound unto 


CITY OF FORT WAYNE, INDIANA 


(Here insert full name and address or legal title of Owner) 


as Obligee, hereinafter called Owner, for the use and benefit of claimants as hereinbelow defined, in the amount of FOURTEEN 


THOUSAND EIGHT HUNDRED AND NO/100----------------- --- Dollars (5 14,800.00----- Ж 


(Неге insert а sum equal to at least one-half of the contract price) 


for the payment whereof Principal and Surety bind themselves, their heirs, executors, administrators, successors and assigns, jointly and 
severally, firmly by these presents. 


WHEREAS, Principal has by written agreement dated March 15 


„19 85 entered into a contract with Owner for 


Phase VI of the Summit Industrial Park 
in accordance with Drawings and Specifications prepared by 


(Here insert full name and address or legal title of Architect) 


which contract is by reference made a part hereof, and is hereinafter referred to as the Contract. 


NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION is such that, 


if Principal shall promptly make payment to all claimants as hereinafter defined, for 
all labor and material used or reasonably required for use in the performance of 
‘the Contract, then this obligation shall be void; otherwise it shall remain in full 
force and effect, subject, however, to the following conditions: 


І. A claimant is defined as one having a direct contract with the Principal or with 
a Subcontractor of the Principal for labor. material. or both. used ог reaconahlv 


said claim is made, stating with substantial accuracy the amount claimed and the 
name of the party to whom the materials were furnished, or for whom the work or 
labor was done or performed. Such notice shall be served by mailing the same by 
registered mail or certified mail, postage prepaid, in an envelope addressed to the 
Principal, Owner or Surety, at any place where an office is regularly maintained for 
the transaction of business, or served in any manner in which legal process may be 
served in the state in which the aforesaid proiect is located. save that such service 


а THE АТМА CASUALTY AND SURETY COMPANY 
2 Hartford, Connecticut 06115 


LIFE & CASUALTY 
POWER OF ATTORNEY AND CERTIFICATE OF AUTHORITY OF ATTORNEY(S)-IN-FACT 


KNOW ALL MEN BY THESE PRESENTS, THAT THE ЕТМА CASUALTY AND SURETY COMPANY, a corporation duly organized under the laws of the 
State of Connecticut, and having its principal office in the City of Hartford, County of Hartford, State of Connecticut, hath made, constituted and 
appointed, and does by these presents make, constifute and appoint Julian M. Bowers, Harry A. Crawford, 

Ronald J. Harrufí, Leonard B. Koeller, Thomas С. McRae, Roland E. Weber, James E. VanDyck, 
William R. McBride, Edward M. Brcwn, Harold E. Everett, Jeffrey C. Johnson or Duwan F, 
Tagtmeyer - - 


of Fort Wayne Indiana іа ,itstrue and lawful Attorney(s)-in-Fact, with full power and authority hereby conferred 

to sign, execute and acknowledge, at any place within the United States, or, if the following line be filled in, within the area there designated 
„ the following instrument(s): 

by his/her sole signature and act, any and ай bonds, recognizances, contracts of indemnity, and other writings obligatory in the nature of a bond, 

recognizance, or conditional undertaking, and any and ай consents incident thereto not exceeding the sum of ONE 


HUNDRED THOUSAND ($100,000.00) DOLLARS - 


and to bind THE ATNA CASUALTY AND SURETY COMPANY, thereby as fully and to the same extent as if the same were signed by the duly 
authorized officers of THE ЕТМА CASUALTY AND SURETY COMPANY, and all the acts of said Attorney(s)-in-Fact, pursuant to the authority herein 
given, are hereby ratified and confirmed. 


This appointment is made under and by authority of the following Standing Resolutions of said Company which Resolutions are now in full force 
and effect: 


VOTED: That each of the following officers: Chairman, Vice Chairman, President, Any Executive Vice President, Any Senior Vice President, Any Vice 
President, Any Assistant Vice President, Any Secretary, Any Assistant Secretary, may from time to time appoint Resident Vice Presidents, Resident 
Assistant Secretaries, Attorneys-in-Fact, and Agents to act for and on behalf of the Company and may give any such appointee such Buthority as his 
certificate of authority may prescribe to sign with the Company's name and seal with the Company's seal bonds, recognizances, contracts of 
indemnity, and other writings obligatory in the nature of a bond, recognizance, or conditional undertaking, and any of said officers or the Board of 
Directors may at any time remove any such appointee and revoke the power and authority given him. 


VOTED: That any bond, recognizance, contract of indemnity, or writing obligatory in the nature of a bond, recognizance, or conditional undertaking 
shall be valid and binding upon the Company when (a) signed by the Chairman, the Vice Chairman, the President, an Executive Vice President, à 
Senior Vice President, a Vice President, an Assistant Vice President or by а Resident Vice President, pursuant to the power prescribed in the 
certificate of authority of such Resident Vice President, and duly attested and sealed with the Company's seal by a Secretary or Assistant Secretary 
or by a Resident Assistant Secretary, pursuant to the power prescribed in the certificate of authority of such Resident Assistant Secretary; or (b) duly 
executed (under seal, if required) by one or more Attomeys-in-Fact pursuant to the power prescribed in his or their certificate or certificates of 
Buthority. 


This Power of Attorney and Certificate of Authority is signed and sealed by facsimile under and by authority of the following Standing Resolution 
voted by the Board of Directors of THE ATNA CASUALTY AND SURETY COMPANY which Resolution is now іп full force and ећест: 


VOTED: That the signature of each of the following officers: Chairman, Vice Chairman, President, Any Executive Vice President, Any Senior Vice 
President, Any Vice President, Апу Assistant Vice President, Any Secretary, Any Assistant Secretary, and the seal of the Company may be affixed by 
facsimile to any power of attorney or to any certificate relating thereto appointing Resident Vice Presidents, Resident Assistant Secretaries or 
Attorneys-in-Fact for purposes only of executing and attesting bonds and undertakings and other writings obligatory in the nature thereof, and any 
such power of attorney or certificate bearing such facsimile signature or facsimile seal shall be valid and binding upon the Company and any such 
power so executed and certified by such facsimile signature and facsimile seal зпай be valid and binding upon the Company in the future with 
respect to any bond or undertaking to which it is attached. 


IN WITNESS WHEREOF, THE ЖТМА CASUALTY AND SURETY COMPANY has caused this instrument to be signed by its Assistant 
Vice President ра its corporate-seal to be hereto affixed this 10th 
day of May .19 84 


State of Connocticut 





| ss. Hartford 

County of Hartford 

Onthis 10th day of May .19 рд . before me personally came J, Т. DUFFY ; 
to me known, who, being by me duly sworn, did depose and say: that he/she is Assistant У4се President of 
THE ЕТМА CASUALTY AND SURETY COMPANY, the corporation described іп and which executed the above instrument; that he/she knows the 


seal of ssid corporation; that the seal affixed to the said instrument is such corporate seal; and that he/she executed the ssid instrument on behalf 
of the corporation by authority of his/her office under the Standing Resolutions thereof. 


` ore °; 
A 
ей «пое G. Вад Г Notary Public 


George А. Perry, Jr. 


минен, 


ч 


CERTIFICATE 


1, the undersigned, Secretary of THE ETNA CASUALTY AND SURETY COMPANY, a stock corporation of the 

State of Connecticut, DO HEREBY CERTIFY thet the foregoing and attached Power of Attorney and Certificate of Authority remains in full force and 
hes not been revoked; and furthermore, thst the Standing Resolutions of the Board of Directors, 25 set forth in the Certificate of Authority, эге now 
in force. 







Signed sod бей м a Home Ойна af Vr Company, in ба Ciy of Heard, Sume ej Deted this 15th ayo 
March з 85 тш 
/ Же. 
i [^ 
~ й John М. Ме1сһ, Secretary 


(5-1821-Е) (М) 3-79 PRINTED IN U.S.A. 


LABOR and MATERIAL PAYMENT BOND 


KNOW ALL MEN BY THESE PRESENTS: that: 





ET 


a np. S ON eek Е , hereinafter called Principal, and 





e of Surety) 


and duly authorized to transact business in the State of Indiana, hereinafter 
called Surety, are held and firmly bound unto the City of Fort Wayne, an Ind- 
iana Municipal orporation in ths penal sum of 
Bi urren ама С Lgl i Беа қ Dollars 
(5/4 фос 999. (value of чогк)0 for the payment whereof well and truly to be 
made, the Principal and the Surety bind themselves, their heirs, executors, 


administrators, successors and assigns, jointly and severally, firmly by these 
presents. 





THE CONDITION OF THIS OBLIGATION is such that whereas, the Principal entered 
into a certain contract with the Owner, . dated the day of 
198... , for the construction of: 





"SUMMIT INDUSTRIAL PARK" 
all according to City of Fort Wayne's Bid Specifications, Drawing No. SY11134, 
Sheets 1 through 74 and special provisions. 


WHEREAS, said Surety, for value received, hereby stipulates and agrees that 
no change, extension of time, alteration, or addition to the terms of the 
contract or to the work to be performed thereunder, or the specifications 
accompanying the same shall in any way affect its obligation on this bond, 
and it does hereby waive notice of any such change, extension of time, 
alteration or addition to the terms of the contract, or to the work or to 
the specifications, and 


WHEREAS, no final settlment between the Owner and the Contractor shall abridge 
the right of any beneficiary hereunder, whose claim may be unsatisfied. 


NOW, THEREFORE, if the Principal shall promptly make payment to all persons, 
firms, subcontractors, and corporations furnishing materials for or performing 
labor in the prosecution of the work provided for in such contract, and any 
authorized extension or modification thereof, including all amounts due for 
materials, lubricants, oil, gasoline, coal and coke, repairs on 
machinery,equip- : 


LMB-1 








IN WITNESS WHEREOF, this instrument is executed in | cóunterparts, 
(number) 


each one of which shall be deemed an original, this day of 


Principal) 


[s] 





2501 M. Маш» EA. 


(Address) 


4774) уу, LEnTIAC Рт ујахмеЕ LA. d : 2 


(Address) 
! (Surety) й 








АТТЕ5Т: 


(Surety) Secretary 


[SEAL] 










itness as to Surety Ву: А 
CL Мама ТО š. Щи УД 
(Address) Address) 





NOTE: Date of Bond ust not be prior to date of Contract. 
If Contractor is Partnership, all partners should execute bond. 


PB-2 


4 THE ЖТМА CASUALTY АМО SURETY COMPANY 
» Hartford, Connecticut 06115 


LIFE & CASUALTY 
POWER OF ATTORNEY AND CERTIFICATE OF AUTHORITY OF ATTORNEY(S)-IN-FACT 


KNOW ALL MEN BY THESE PRESENTS, THAT THE ЖТМА CASUALTY AND SURETY COMPANY, a corporation duly organized under the laws of the 
State of Connecticut, and having its principal office in the City of Hartford, County of Hartford, State of Connecticut, hath made, constituted and 
appointed, and does by these presents make, constitute and appoint Julian M. Bowers, Harry А. Crawford, 

Ronald J. Harruff, Leonard В. Koeller, Thomas С. McRae, Koland Е. Weber, James Е. VanDyck, 
William Е. McBride, Edward М. Brown, Harold E. Everett, Jeffrey C. Johnson от Duwan F. 
Tagtmeyer - - 


of Fort Wayne, Indiana ,itstrue and lawful Attorney(s)-in-Fact, with full power and authority hereby conferred 

to sign, execute and acknowledge, at any place within the United States, or, if the following line be filled in, within the area there designated 
‚ the following instrument(s): 

by his/her sole signature and act, any and ай bonds, recognizances, contracts of indemnity, and other writings obligatory in the nature of a bond, 

recognizance, or conditional undertaking, and any and ай consents incident thereto not exceeding the sum of ONE 


HUNDRED THOUSAND ($100,000.00) DCLLARS - 


and to bind THE /ETNA CASUALTY AND SURETY COMPANY, thereby аз fully and to the same extent as if the same were signed by the duly 
authorized officers of THE ETNA CASUALTY AND SURETY COMPANY, and ай! the acts of said Attorney(s)-in-Fact, pursuant to the authority herein 
given, are hereby retified and confirmed. 


This appointment is made under and by authority of the following Standing Resolutions of said Company which Resolutions are now in full force 
and effect: 


VOTED: That each of the following officers: Chairman, Vice Chairman, President, Any Executive Vice President, Any Senior Vice President, Any Vice 
President, Any Assistant Vice President, Any Secretary, Any Assistant Secretary, тву from time to time appoint Resident Vice Presidents, Resident 
Assistant Secretaries, Attorneys-in-Fact, and Agents to act for and on behalf of the Company and may give any such appointee such authority as his 
certificate of authority may prescribe to sign with the Company's name and seal with the Company's seal bonds, recognizances, contracts of 
indemnity, and other writings obligatory in the nature of a bond, recognizance, or conditional undertaking, and any of said officers or the Board of 
Directors may at any time remove any such appointee and revoke the power and authority given him. 


VOTED: That any bond, recognizance, contract of indemnity, or writing obligatory in the nature of a bond, recognizance, or conditional undertaking 
shall be valid and binding upon the Company when (a) signed by the Chairman, the Vice Chairman, the President, an Executive Vice President, а 
Senior Vice President, a Vice President, an Assistant Vice President or by а Resident Vice President, pursuant to the power prescribed in the 
certificate of authority of such Resident Vice President, and duly attested and sealed with theCompany's seal by a Secretary or Assistant Secretary 
or by aResident Assistant Secretary, pursuant to the power prescribed in the certificate of authority of such Resident Assistant Secretary; or (b) duly 
executed (under seal, if required) by one or more Attorneys-in-Fact pursuant to the power prescribed in his or their certificate or certificates of 
Buthority. 


This Power of Attorney and Certificate of Authority is signed and sealed by facsimile under апа by authority of the following Standing Resolution 
voted by the Board of Directors of THE ATNA CASUALTY AND SURETY COMPANY which Resolution is now in full force and effect: 


VOTED: That the signature of each ofthe following officers: Chairman, Vice Chairman, President, Any Executive Vice President, Any Senior Vice 
President, Any Vice President, Апу Assistant Vice President, Any Secretary, Any Assistant Secretary, and theseal of the Company may be affixed by 
facsimile to any power of attorney or to any certificate relating thereto appointing Resident Vice Presidents, Resident Assistant Secretaries or 
Attorneys-in-Fact for purposes only of executing and attesting bonds and undertakings and other writings obligatory in the nature thereof, and any 
such power of attorney or certificate bearing such facsimile signature or facsimile seal shall be valid and binding upon the Company end any such 
power so executed and certified by such facsimile signature and facsimile seal shail be valid and binding upon the Company in the future with 
respect to any bond or undertaking to which it is attached. 


IN WITNESS WHEREOF, THE ЕТМА CASUALTY AND SURETY COMPANY has caused this instrument to be signed by its Assistant 
Vice President , and its corporate seal to be hereto affixed this 10th 
day of May ‚19 84 


State of Connocticut 





| ss. Hartford 

County of Hartford 

Onthis 10th day of May .19 рд , before me personally came J, Т. DUFFY Я 
to те known, who, being by те duly sworn, did depose and say: that he/she із Assistant Vice President of 
THE ЕТНА CASUALTY AND SURETY COMPANY, the corporation described in and which executed the above instrument; that he/she knows the 


seal of said corporation; that the seal affixed to the said instrument is such corporate seal; and that he/she executed the said instrument on behalf 
of the corporation by authority of his/her office under the Standing Resolutions thereof. 


b 
Р 
Ри 


) 


9 
$ 
» 
t 


Е 


му expires March 31, 19 86 Notary Public 
George A. Perry, Jr. 

CERTIFICATE М У 

1, the undersigned, Secretary of THE ЖТМА CASUALTY AND SURETY COMPANY, a stock corporation of the 

wState of Connecticut, DO HEREBY CERTIFY that the foregoing and attached Power of Attorney and Certificate of Authority remains іп full force and 

hes not been revoked; and furthermore, that the Standing Resolutions of the Board of Directors, as set forth in the Certificate of Authority, are now 

in force. 


Signed and Sealed at the Home Office of the Company, in the City of Hartford, State of 
‚19 7% 
$ 


=” 
4(5-1921-Е) (М) 3-79 -— 







John W. Welch, Secretary 
PRINTED IN U.S.A. 


NON-COLLUSION AFFIDAVIT OF PRIME BIDDER 


STATE or Indiana ) 
) SS 
COUNTY or Allen ) 
Roland K. Leininger i ‚ being first duly sworn, deposes and 
says that: 
(1) He/She is Roland К. Leininger of Leininger Exc., Inc, 


the Bidder that has submitted the attached Bid: 
— (2) He/She is Е Пу informed respecting the preparation and contents of the 

attached Bid and of all pertinent circumstances respecting such Bid: 

(3) Such Bid is genuine and is not a collusive or sham bid: | 

(4) Neither the said Bidder nor any of its officers, partners, owners, agents, 

"^ A representatives, employees or parties in interest, including this affiant, 
has in any way colluded, —conspired,- connived or agreed, directly ог 
indirectly with any other Bidder, firm or person to submit a collusive 
or sham bid in connection with the Contract for which the attached Bid 
has been submitted or to refrain from bidding in connection with such 
Contract, or has in any manner, directly or indirectly, sought by agreement 
or collusion or communication or conference with any other Bidder, firm 
or person to fix the price or prices in the attached Bid or of any other 
Bidder, or to fix any overhead, profit or cost element of the Bid price 
or the Bid price of any other Bidder, or to secure through any collusion, 


conspiracy, соппіуапсе or unlawful agreement any advantage against the 


The City of Fort Wayne 38 


(5) Тһе price ог prices quoted іп the attached 814 аге fair апі proper апа 
are not tainted by апу collusion, conspiracy, connivance or unlawful 
agreement on the part of the Bidder or any of its agents, representatives, 


owners, employees or parties in interest, including this affiant. 
(Signed) 


(Title) | President 


Subscribed and sworn to before me this l5th day of March 
1985 _. 


сч, 6, 
Joan М. Gutermuth 7 C ZZ, 


NCA-1 My Commission Expires/ 1-25-89 


` Generel Form Мо. 96-а. 
Ргезегоей by the State 
Board of Accounts of 
Indiana. 


Standard Questionnaires and 
Financial Statement for Bidders 


Prescribed by 


THE STATE BOARD OF ACCOUNTS OF INDIANA 


For use in investigating and determining the qualifications of bidders on 
public construction when the aggregate cost of any such work or improvement 
will be Five Thousand Dollars or more. vm 


These statements to be submitted under oath by each bidder with and as 
a part of his bid, as provided by Chapter 306, page 1248, Acts of 1947. 


Submitted to City of Fort Wayne 


En Я (А Corporation 
Ву... Leininger Excavating, Inc. ____ o-partnership 
An Individual 


Date ној но ВОЕНА aL а ss e м „19. 85 


Ried - e. ае лы р а! 


Бес. 2 of ап Act entitled “АМ АСТ concerning Ше awarding of contracts Тог the performance of public work and 
authorizing the board of accounts to prescribe certain forms to be used in ascertaining the responsibility of contrac- 
tors who submit bids for the performance of such work, providing for plans and specifications, providing for bids re- 
pealing certain laws and declaring an emergency." (Approved March 18, 1947.) 


Sec. 2. Whenever the aggregate costs of any work or improvement will be five thousand dollars ($5,000.00) or 
more, for the purpose of enabling such board, commission, trustee, officer or agent to ascertain and determine which 
of the bidders submitting bids for the performance of any such public work is, in the judgment of such board, com- 
mission, trustee, officer or agent, the lowest and/or best bidder and to exercise intelligently the discretion hereby con- 
ferred on such board, commission, trustee, officer or agent each bidder shall be required to submit under oath with 
and as a part of his bid a statement of his experience, his proposed plan for performing such work and the equipment 
which he has available for the performance of such work and a financial statement. The statements hereby required 
shall be submitted on forms which shall be prescribed by the state board of accounts. The forms so prescribed shall 
be designated, respectively, ав the experience questionnaire, the plan and equipment questionnaire and the contractor's 
financial statement, and shall be based, so far as applicable, on the standard questionnaires and financial statement for 
bidders as approved and recommended by the joint conference on construction practices, for use in investigating the 
qualifications of bidders on public construction work, and the forms so prescribed are hereby prescribed as the forms 
which shall hereafter be used by all such boards, commissions, trustees, officers and agents in obtaining the informa- 
tion which is required in the administration of this act. If the information submitted by any bidder on the forms here- 
in prescribed is found, on examination, to be unsatisfactory, the bid submitted by such bidder shall not be considered. 
(Burns Statutes 1933, Sec. 53-109) Sec. 2, Chapter 806, Acts of 1947. 


INCOME STATEMENT 


INCOME 





for the period пот. 1/1/85 12/31/83 


through 





Name: Leininger Excavating, Inc. 





Money Received from Customers $ 175,505 Address: 2501 West Wallen Road 
Add: Accounts Receivable — Fort Wayne, IN 16808 
end of period 
Subtotal 
Less: Accounts Receivable — 
beginning of period 
NET SALES s. 186,219 | _100% 
COST OF SALES 
Purchases for Resale payments 
Add: Accounts Payable for Purchases 
for Resale — end of period 
Subtotal 
Less: Accts Payable for Purchases 
for Resale — beginning of period 
Total purchases $ 
Add: Inventory — start of period 
Subtotal ` 
Less: Inventory — end of period 
COST OF GOODS SOLD $ 1,874 17.1 % 
GROSS PROFIT (Net Sales less Cost of Goods Sold) 5 154,34 82.9 %, 
BUSINESS ЕХРЕМ5Е5 
Advertising 98 сав 7 
: 4.6 
Bank & Credit Сага Chgs 238 Peak 
Car-Truck 1 Al. 
Commissions «Ва 
Contract Services 868 ad. 
Dues & Subscriptions 61 ат 
Entertainment MEC 
Freight Out — = 
Insurance 0 duo 
Interest 11 аве 
Laundry & Uniforms ] SA 
Office Supplies 954 ek 
Operating Supplies 6,34 А: 
“Расці Рона 1 ыз. 9 D Ума 
Postage 0 Җа) 2 
Professional Ғеев 818 ЖЫ 
Кеп! 000 4:82 
Кераігѕ & Maintenance Ч 6.4 
Telephone A. 
Travel ае 
Utilities 1,82 10 
Gross Salaries 11,59) 22222 
Miscellaneous 409 слаб 
Business Taxes, Licenses 8,281, А. 
TOTAL EXPENSES 21.6 % 
PROFIT BEFORE DEPRECIATION 25.5 96 
DEPRECIATION 15.8 % 
NET OPERATING PROFIT 11.6 % 


THIS STATEMENT HAS BEEN PREPARED FROM THE BOOKS OF 
ACCOUNT AND IS TRUE AND CORRECT TO THE BEST OF MY 
KNOWLEDGE. 


SIGNATURE (OWNER OR OFFICER) 


OTHER INCOME 
TOTAL 





TITLE 


DATE 


АВ 
3WVN моцмноаноз 


'39031M0N* AW 30 1538 3H1 01 12348802 (МУ 3NYL 
SI аму 1МПОООУ JO 5я008 зні ионз ознуазна N338 SVH 1N3WN31VIS SIHL 


ОСГ Ainoa 


$434910НУ5015$ 9 5ЗІШІЛІНУІЛ IVLOL 
А 619 t гс АШПОЗ .S83010H3201S 1У101 


(СОЛУУ ue) #2015 AUNSWAYL JO 1503 :5531 


са тт 001н34 зо ама зомимнуз азммази 
(RSE) ама замзаіліа :SS31 
0 1У101-8П5 
92217 001434 ноз (5507) зона 
чай” 001434 30 9NINNI938 
боммнуз озммази 
мя? ОД T 1у101:815 
3nvA 031V1S/HVd 
30 SS32X3 NI ЛУШУ NI ама 
2015 тупамо 
ALINDI зчзалонх2015 


ў 5ЗІШІЛІНУІЛ 1У101 
1У101 


` 23H10 
зомунпом 34I1 15МІУ9У SNVO1 

SH3010H3201S нона SNVO1 

318VAVd S39V9LNON 

„сбой 21 мало) 318VAVd SALON 

взигивуп WYL SNOT 


1У101 


š : S3SN3dX3 азпно2м 
i 318VAVd SNOIL2nQ03Q0 TIOYAVd 
e(SOW 21 УЗАМП) 318VAVd SILON 

318VAVd SLNNODDV 

“5ЗІШЛІНУІЛ LNIYYND 


АШПОЗ .SH3Q1OH2OOLS 8 ззагивуп 


i 80894 NI 'SUKEM 1101 


3015 3SY3A3Y 531003Н25 ONILYOddNS NO NMOHS NOILYWYOJNI 03218311. 


S13SSV 1У101 


1У101 


ДОНУ ИПОЈУ :5531 
гзвмзахз моцмаммено 
SLISOd30 318VQNf334 
«(ЗПЛУЛ HSV2) ЗЭМУУПЅМІ 
«531118235 
ЗІМЗИІ5ЗЛМІ 
:61355У ЧЗН10 


маза нпоом :5531 
S3UNLXId 9 мзиепоз 

наза нпооу :5531 
SMONYL 9 SOLNY 

"430 Wn2ov :5531 
eSONIATING 
амуп 


S13SSV Q3Xl4 


S3SN34X3 амазна 
S$83010H3201S OL SNVOT 
ОМУН NO АЗОЈМЗАМ 
«318УЛІЗ23Ч SALON 
318VAI3238 SLNNODDV 
QNVH NO Н5УЭ 

XNV8 NI Н5УЭ 

S13SSV 1М384П2 


SLASSV 





ç + ТО тейәп тон 10200 ~“ 61 — T7" AO SV ІЗІН5 JDNVIVA NOILV3HOd3OD 


ноз 





201 "Битјелеохј 296010191 


CERTIFICATION ОЕ NON-SEGREGATED FACILITIES 


The bidder certifies that he/she does not maintain ог provide for his/her 
employees, any segregated facilities at any of his/her establishments, and that 
he/she does not permit his/her employees to perfrom their services at any location, 
under his/her control, where segregated facilities are maintained. The bidder 
certifies further, that he/she will not maintain or provide for his/her employees 
any segregated facilities at any of his/her establishments, and that he/she will 
not permit his/her employees to perform their services at any location under 
his/her control, where segregated facilities are maintained. The bidder agrees 
that a breach of this certification will be a violation of the Equal Opportunity 
Clause in any Contract resulting from acceptance of this bid. As used in this 
certification, the term "segregated facilities" means any waiting rooms, work 
area, restrooms and washrooms, restaurant or dressing areas, parking lots, drinking 
fountains, recreation of entertainment areas, transportation and housing facilities 
provided for employees, which are segregated by explicit directive or are in 
fact, segregated on the basis of race, color, religion or national origin, because 
of habit, local custom, or otherwise. The bidder agrees that (except where 
he/she has obtained identical certification from proposed .subcontractors for 
specific time periods), he/she will obtain identical certification from proposed 
subcontractors prior to the award of subcontracts exceeding $10,000.00, which 
are not exempt from the provisions of the Equal Opportunity Clause, and that 
he/she will retain such certification in his/her files. 


NOTE: The penalty for making false statements in offers, is prescribed in 18 
U.S. 1001. 


БАТЕ /5 March à 5. 








дір сове 4,512 


Official Address 


NSF-1 


It is the policy of |. Leininger Exc., Inc. 
(Company) 


that equal employment opportunity be afforded to all qualified persons, 
regard to race, religion, color, sex or national origin. 


In support of this policy, Leininger Ехс., Inc. 


will not discriminate against any employee, or applicant for employment, 
of race, religion, color, sex or national origin. 


The Leininger Exc., Inc. 
(Company) 


will take affirmative action to insure that applicants are employed, 


without 


because 


and that 


employees are treated during employment without regard to their race, religion, 


color, sex, or national origin. Such action will include, but not be 
to: Heo 


Recruitment, advertising, or solicitation for employment, 


hiring, placement, upgrading, transfer, or demotion of 
pay, or other forms of compensation, layoffs, or termination. 


Leininger Exc., Inc. 


limited 





Name of Company 


ve 


Company Offici 










Signature of 


2/15/85 


Date 


NSF-2 


MBE/WBE STATEMENT 
й for 
City of Fort Wayne, Indiana 


"Summit Industrial Park Project" 
Contract No. 7&-150-2 


Bid Date: 2/27/85 


The undersigned firm certifies that it is ап MXXX Contractor 
(cross inapplicable provision). 


For МЕК specify percentage of minority ownership 2 


For МВЕ specify percentage of women ownership ка 7 


The undersigned certifies that they are joint venture in which 


the following (МОҚЖАҚ) firm КЕХИХИИИХХЕХЕХУХТИКК 


(cross out inapplicable provision) is a joint venture partner. 
The MBE/WBE firm (cross out inapplicable provision) shall have 
% participation (employees) % participation (costs) 


in this project. 


Specify the percentage of іМмххкк/ЖӘОЕА ownership іп the МЕК ЖЄ 


firm XW (cross out inapplicable provision). 
The undersigned commits 15,7 2 of the total bid price as a subcontract 
to minority business enterprise participation. The MBE firms, which are 


proposed as subcontractors are the following: 


Name of Firm Address 5 Туре оЕ Ногк 


1. Phoenix Stone 4 Landscape 4820 Industrial Rd. Furnish Rip Rap 
vae 


32 
The undersigned commits _ _ . )# of the total bid price as a subcontract 
to women business enterprise participation. The WBE firms proposed as sub- 


contractors are the following: 


Name of Firm Address Type of Work 
т. 
2; 
3. 


Complete (1) and (2) below if participation goals of 74 MBE and 2% WBE have 
not been met. 


MWBE-1 


1. Му Company cannot meet the participation goals for the following reasons: 





(св. суд ene 

Кел. : : 

2. Ме have taken the following steps іп ап attempt to comply with these 
participation goals: 


. If on this project we need more manpower or sub-contract 


we will hire minority if possible. 





CONTRACTOR Leininger Exc., Inc. 
By Roland K. Leininger 


Title President 





MWBE-2 


14. Minority/Female Hourly Employment Requirements. 

The City's policy is to encourage a greater utilization of 
- minoríty and/or female employees in City construction projects. 

The Board of Works has, therefore, adopted a minimum goal of 17$ 

of the total work hours on each project to be expended by 

minority and/or fenale employees.  ("Minority" shall include: 

Blacks, Hispanic, Asian, Pacific Islander, American Indian or 

Alaskan Native.) 


The bidder shall state in "A" belov the percentage о? total 

——-work hours which the bidder and his subcontractors will employ 
and utilize women and minority employees on this project. If 
а contract is awarded as a result of this bid, the percentage 
figure set forth in "A" shall become contractually binding on 
the bidder. The successful bidder will also be required to 
prepare reports for the City demonstrating compliance with 

— this percentage and will allow city officials access to his 
records, facilities and work site and to those of his subcon- 
tractors to determine compliance. 


The bidder must fill in the required blanks in this clause in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization goal of 17$ minority/ 
female participation, the reasons for this failure and reasona- 
bleness and good faith of efforts to meet this goal shall be 
evaluated to determine whether the bidder is responsible. 


THE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO MINORITY/FEMALE 
HOURLY UTILIZATION. 


A. The undersigned firm certifies that it will employ 
and utilize minorities and females and will ensure that its 
subcontractors employ and utilize minorities and females so 
that minorities and females will work at least /7% of the total 
hours worked on this project. 


— 
== MNO 442, 2 


— 


В. Complete (1) and (2) below if the hourly utilization 
figure set forth in "А" 15 less than 17%. 


1. My Company and its subcontractors cannot meet 
the 17% minimum hourly utilization figure for the 
following reasons: ANa 002 Фо Fort 

Фе o | EP а 


СОЛО. 15 а еее Зы WE is 
(ce used eu oe (sonoro) 




















рес 


А бо Abinin pos го Г ТЫШ: тосе 
| mee. + | 
Compositon ax М Мейо... 





о.с. 2/85 Б «ат 
B.O.W. Ғей 


~ 
. bod 






My Сопрапу has taken the following steps in an 
with, the 173 bourly ut ization 





15. NOTICE OF REQUIREMENT РОК AFFIRMATIVE ACTION TO ENSURE 
EQUAL EMPLOYMENT OPPORTUNITY, EXECUTIVE ORDER 11246. 


(Applicable to All Bids on Federally Assisted Procure- 
ment Contracts and Subcontracts in Excess of $10,000.00 


: А. Тһе Offereor's ог pidder's attention is called 
to the "Equal Opportunity Clause and the "Standard Federal Equal 
Employment specifications" set forth herein. 


B. The goals and timetable for minority and female 
participation, expressed in percentage terms for the Contractor's 


aggregate workforce in each trade on all procurement work in 
the covered area, are as follows: 


"e -.— — ———Goais-for minority - Goals for female 
Tine- `, participation for each participation in 
Tables trade trade 
Insert goals for Insert goals for 
each year each year 
4.4 Е 6.9 


These goals аге applicable to а11 the Contractor's procurenent 
work (whether or not it is Federal or federally assisted) 
performed in the covered area. If the contractor perforns 
procurement work in a geographical area located outside of the 
covered area, it shall apply the goals established for such 
geographical area where the work is actually performed. Witt 
regard to this second area, the contractor also is subject to the 


O.C. 2/85 I- 8 
в.о.й. Fed 







Contractor to complete the following Certificate if equal employment statement 
and affirmative action program have been previously filed with the CITY 
OF FORT WAYNE. If contractor does not have such statements on file, they 
must be filed prior to submission of bids. 


CERTIFICATE IN LIEU OF 
EQUAL EMPLOYMENT STATEMENT AND 
AFFIRMATIVE ACTION PROGRAM 


, the Й, toLd гм В. i 


-— — ——— (position) 










(company) 


hereby certify: 


1. That the Equal Employment Statement and the Affirmative Action Program 
of said Company, dated «һе - | 5 day of 

Me, %5 » is now on file with the Equal Employment Opportunity Office 

---- ОҒ the City of-Fort Wayne, Indiana. - 


2. That the Equal Employment Statement and the Affirmative Action Program 
has been approved by the Equal Employment Opportunity Officer of the 
City of Fort Wayne, Indiana. 


3. That said company is/is not Signatory to the Fort Wayne and Area Plan 
either by direct agreement to the Plan or by virtue of a contract agree- 
ment with a Union that is signatory to the Plan. 





DATE: March 155 1985 


Signature 
STATE OF INDIANA ) 


255 
COUNTY ОҒ ALLEN ) 


Before me, the undersigned, a Notary Public, in and for said County 


and State personally appeared Roland K. Leininger and acknow- 
ledged the execution of the foregoing as and for their/his voluntary 
act and deed for the uses and purposes therein contained. 


Notary P ic Joan M. Gutermuth 
My commission expires: 1-25-89 


EES-1 


4 x 
Form Е0-524 ~ 0.5. DEPARTMENT ОҒ COMMERCE 2 
A alo 6-20! ксомом!с DEVELOPMENT ADMINISTRATION OMB Approval Not Required 


CERTIFICATION OF COMPLIANCE WITH THE CLEAN AIR 
ACT AND THE FEDERAL WATER POLLUTION CONTROL ACT 


42 USC 7401 et seq.. 33 USC 1251 et seq., E.O. 11738 
bn 74- /50- 2 


Кате оё mie ила ma шлу! Project Number: EDR 0е-01-62027 


tot И - @— 


(C ity, county, state) 


^ 


Location: 


The UNDERSIGNED Certifies that: 


(a) itis either (1) an applicant for financial assistance from the Economic Development Administration, 
(2) a bidder for a construction, service or supply contract to be entered into 5y the recipient of EDA 
assistance for the purpose of accomplishing the project noted above, or (3) a bidder for a subcontract 
under the latter contract; 


(b) as such, those facilities under its ownership, lease or supervision which will be utilized in the 
accomplishment of the project noted above are not listed on the Environmental Protection Agency’s 
(EPA) List of Violating Facilities, pursuant to Section 15.20 of 40 CFR, Part 15; and 


(c) it will notify the Economic Development Administration, if the UNDERSIGNED is an applicant, or 
notify the recipient of the EDA financial assistance, if the UNDERSIGNED is a bidder, of the receipt 
of any communication from the Director of the EPA Office of Federal Activities indicating that a 
facility to be utilized in the project is under consideration for listing on the EPA List of Violating 


Facilities. 
iO. o SES 45 bah £5 


Date 







Signature and Title of Applican 
Contractor's/Subcontractor's А 









t's/ 
uthorized Ri 


for 
Applicant/Contra ctor/Subcontractor* 


ACKNOWLEDGEMENT 


Title 





do hereby certify that the foregoing officer who executed the 





. A pplicant'a/C actor'a/Subcontractor's Мате" 


1 


certification has full authority to bind that entity. In witness whereof I set my hand and affix the (corporate, 
day сі ‚ 1995. 


М Алар 





state, county, ог municipa])* seal this 








ame and Title of Individ 






Jgan M. Gutermuth 
SEAL My commission expires: 1-25-89 


NOTE: The above acknowledgement must be executed by a different officer than the person who 


signed above for the entity. HOWEVER, if such entity represents a single owner, or a proprietor- 
ship, or a partnership, then the acknowledgement need not be executed. 


* STRIKE OUT INAPPROPRIATE REFERENCES 
USCOMM-DC в0-53538-Р80 


This form for Owner's Use 
CA-1 


PROJECT NAME: ` "SUMMIT PARK" Offsite Ditch (Phase VI). 


EM 


А "ss ENGINEER ESTIMATE : | РАТЕ 12/06/84 


а 
| 
` 


DESCRIPTION 


= 


TT UNIT PRICE EXTENSION 
OFFSITE DITCH CONSTRUCTION INCLUDING: 

Brush and Tree removal, 4,8004 CY of ditc 
excavation, filling of an existing ditch, 


earth moving and grading, 2,5004 SY of 


seeding and restoration, river rock place 


ment where required 


 1480«Xft. 3104005 3: 14 800 


е” 


Total Construction Cost 


14,800 


1! ut 


"у 
! 
w 
g 








Phase I 
Sanitary Sewers 


Phase II 

Water Main 
Phase III 

Storm Sewers 
Street 

Street Lighting 
Phase IV 
Detention Pond 
Phase V 
Sidewalk, Land- 
scaping, and Site 


Structures 


Phases I through 
У 


Phase УІ 
Offsite Ditch 


Base Bid 


Summary of Proposal 


Alternate #1 


Р-4 


Alternate #2 


ТОТАТ, 


ТОТАТ, 


Subtotals 


5 14,800.00 


